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CHAPTER 1 INTRODUCTION 


1.1 Short Title and Commencement 

• This Manual may be called the Procurement Manual, 2014 (PM 2014). 

• This Manual contains principles and procedure relating to procurement of goods and 
services for purposes of UIDAI and is drawn from the Rule 135 of the General Financial 
Rules, 2005 (GFR) and shall come into force with effect from 1st of April 2014. 

• All on-going cases of procurement in which Request for Proposal (RFP) has already been 
issued would be regulated by the provisions of this manual so far as may be applicable. 


1.2 Applicability 

The principles and procedures contained in this Manual are to be followed by all wings of the 
UIDAI as well as all ROs/units/establishments thereunder, for procurement of goods and 
services, whether centrally or locally under the delegated financial powers of authorities, 
expenditure on account of which is met from the expenditure heads of the UIDAI and any other 
type of purchases to which the provisions are made specifically applicable. 


1.3 Scope 

• The term procurement means acquiring all types of goods such as computers, 
machinery, equipment, stores, spares, technical literature, etc., as well as all types of 
services, including packing, unpacking, preservation, transportation, insurance, delivery, 
special services, leasing, technical assessment, consultancy, systems study, software 
development, maintenance, updates, conservancy, etc. 

• This document is for internal use within UIDAI only. No other party, including the present 
or future ecosystem partners / vendors, shall derive any right from this Manual nor have 
any claim on UIDAI on the basis of same. The respective rights and obligations of UIDAI 
and vendors are governed by the respective bidding documents and the contracts signed 
between UIDAI and the parties for the respective work(s). 


1.4 Definitions 

Unless the context requires otherwise, the terms/ abbreviations used in this Manual will have the 
meaning as described in Appendix A attached hereto. 


1.5 Objective 

This manual is aimed to provide guidelines for expeditious decision making process by 
consolidating, simplifying and streamlining the various steps to be followed in respect of various 
procurement related matters; such as tendering, contract approval and management, etc. The 
intent of the document is also to make the policies and procedures more systematic, transparent 
and easy to administer with major thrust on expeditious and decentralized decision making, risk 
mitigation with accountability and responsibility at various stages involving procurement 
functions. 
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1.6 UIDAI’s other Manuals and Instructions 

• Internal orders and instructions, including SOPs, issued by various FWs of UIDAI may be 
deemed to have been modified by the provisions of this Manual, to the extent the former 
are not in conformity with this Manual. This is necessary for ensuring uniformity among 
the purchase practices followed by various wings of the Authority. The concerned FWs 
may take necessary action to suitably modify their internal instructions and operating 
procedures accordingly. 

• In case of contradiction between the provision of this document and that of any other 
government order, rules, regulations etc. it should be brought to the notice of DDG (F) for 
clarification and decision thereon. 


1.7 Conformity of this Manual with other Government Orders, etc. 

The provisions contained in this Manual are in conformity with other Government manuals like 
the GFR, as also other instructions issued by the Government and the CVC from time to time. If 
any instance of variance between the provisions of this Manual and other Government Manuals 
comes to notice, the matter should be immediately referred to the DDG (F) for clarification. In 
such cases, however, the on-going procurement need not be stopped pending resolution of the 
issue, if the requirement is operationally urgent or delay is likely to have any adverse 
implications. 


1.8 Removal of doubts and modification 

Where any instance of variance between the provisions of this Manual and other Government 
Manuals comes to notice or a doubt arises as to the interpretation of any provision of this 
manual, the matter should be referred through proper channel to the DDG (F) of the Authority. 


1.9 Deviation from procedure 

There should normally be no occasion to deviate from the procedure as sufficient flexibility has 
been built into the provisions of this Manual. However, if such a need arises, the matter should 
be referred through the DDG concerned to the DDG (F) for decision of CFA. 


1.10 Manual’s Review and Updation 

This document will be reviewed at yearly intervals or at any time upon the instructions of the 
Competent Authority. Modification/addition to any provision of this document, before or after the 
review, shall be incorporated with prior approval of DG. Proposals in this regard may be 
forwarded to DDG (F), which shall then be examined and processed by FD, and which may 
obtain and take into account the views of relevant Divisions/ROs as well, if so deemed necessary 
by it, before putting up the suggested modifications/additions to the competent authority for 
approval. In case no modification/addition is considered necessary, the same shall be so 
intimated to the proposing Division by the FD, after obtaining approval of DDG (F) to this effect. 
All modifications/amendments to this document shall be affected through a sequentially 
numbered document which shall be issued by the FD only. Updated revisions, incorporating all 
amendments to the document, shall be compiled by FD at an interval of every three years or 
earlier, if so required by the Competent Authority and will be circulated to all Divisions thereafter. 
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CHAPTER 2 PROCUREMENT - OBJECTIVE AND POLICY 


2.1 Procurement 

2.1.1 Fundamental Principles of Public Buying & Procedural Propriety 

As per GFR T 137 (refer Appendix B) 

2.1.2 Transparency, Competition, Fairness and Elimination of Arbitrariness 

As per GFR - 160, 161 (refer Appendix B) 


2.2 Decentralization and Delegation of Powers 

• Decentralization: The Authority aims to have a decentralized decision making process so 
as to enhance efficiency and expedite decision making. The procurement function has 
also been decentralized. However, it must be ensured that all procuring officers 
meticulously follow the laid down procedures. 

• Delegation of Powers: With the objective of decentralizing powers to enable effective 
use of resources by the actual operators, financial powers have been delegated to various 
officers in the Authority through Delegation of Financial Powers (DoFP) (refer Appendix 
C). These powers are to be used within the framework of laid down procedures, cannons 
of financial propriety (refer GFR-21, Appendix B) and amplificatory instructions. The powers 
so delegated also imply accountability and the CFAs must ensure that financial propriety 
and probity are observed in all cases. 


2.3 Types of Procurement 

2.3.1 Capital Procurement 

Capital procurement would refer to procurement of all goods and services that fit the description 
of capital expenditure as per GFR - 90. (refer Appendix B) 

2.3.2 Revenue Procurement 

Revenue procurement would refer to procurement of all goods and services that complies with 
the principles stipulated as per GFR - 91. (refer Appendix B) The revenue procurement thus broadly 
implies procurement of goods and services needed to maintain and operate already sanctioned 
assets for the purposes, and necessity of which have been established and accepted by the 
Authority. 

2.3.3 Purchase of goods and services Without Quotation 

Purchase of goods and services up to the value of Rs. 15,000/- (Rupees Fifteen Thousand) only 
shall be governed by the conditions and based on certifications as specified under GFR - 145 
(refer Appendix B) 

2.3.4 Purchase of goods by the Local Purchase Committee (LPC) 

Purchase of goods and services costing above Rs. 15,000/- (Rupees Fifteen Thousand) and up 
to Rs.1,00,000/- (Rupees One Lakh) through a duly constituted LPC shall be governed by the 
conditions and based on the procedures and certifications as specified GFR T 146 (refer Appendix 
B) 


Page 5 of 27 




Procurement Manual 



AADHAAR 


2.3.5 Procurement of goods by Obtaining Bids 

Except for cases specifically covered by conditions for purchase without obtaining quotations, or 
through LPC or against Rate Contracts, goods/services should be procured by adopting one of 
the following standard methods of obtaining bids: 


(a) Advertised Tender Enquiry / Open Tender Enquiry (ATE / OTE) 

(b) Limited Tender Enquiry (LTE) and 

(c) Single Tender Enquiry (STE) 

(d) Procurement against PAC 


2.3.6 Procurement of Services 

All instructions, methods and procedures specified herein shall apply mutatis mutandis to 
procurement of services. 

2.4 Time Limit for Procurement & Accountability 

The effect of delay in processing and clearance of various procurement activities needs no 
emphasis. The decentralization of decision-making mechanism and DoFP are aimed at 
facilitating faster decision making and obtaining the best value for money. However, delegation of 
powers also implies ‘authority with accountability’. Every individual in the chain of the 
procurement process is accountable for taking action in a specified time period so that the 
requirements of the Authority are met on time. A table showing the major procurement activities 
and their respective time frame prescribed is placed at Appendix D. 

2.5 Mandatory Procurement, Product Reservation and Other Facilities for Micro and 
Small Enterprises (MSEs): Central Government has notified a Public Procurement Policy 
(refer Appendix v) in respect of procurement of goods and services, produced and provided by 
MSEs, by its Ministries, Departments and Public Sector Undertakings. Accordingly every 
Central Ministry or Department or Public Sector Undertaking shall: 

a. Set an annual goal of procurement from MSEs from the financial year 2012-13 and 
onwards, with the objective of achieving an overall procurement of minimum of 20% 
of total annual purchases of products produced and services rendered by MSEs in a 
period of three years (i.e. by 1 st April, 2015). 

b. Price quotation in tenders- participating MSEs quoting price within price band of 
Li+15 per cent shall also be allowed to supply a portion of requirement by bringing 
down their price to Li price in a situation where Li price is from someone other than a 
MSE and such MSE shall be allowed to supply up to 20% of the total tendered value. 

c. Reduction in transaction cost- MSEs shall be provided with tender sets free of cost 
and exempt from payment of earnest money. 

d. Reservation of specific items for procurement. — continue to procure 358 items 
from MSEs, which have been reserved for exclusive purchase from them. (Appendix V) 

2.6 Purchase of goods directly from DGS&D or at DGS&D rates: 

The procuring divisions are expected to normally purchase such goods which have DGS&D 
rate contracts (RCs) by utilizing those RCs to the maximum extent possible. In case the 
procuring division wishes to directly procure any goods, which are otherwise available on 
DGS&D rate contract, the prices to be paid for such goods shall not exceed those stipulated 
in the DGS&D® RCs and all other salient terms and conditions of the purchase should also 
be in line with those specified in the said RC. [As per GFR T 141,147 (refer Appendix B)j 
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3.1 Types of Tendering 
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Sr. 

Estimated Value 
of Tender (Rs.) 

Method(s) 

Permitted 

GFR No. 

@ 

Remarks 

1 

<= 15,000/- 

w/o 

quotation 

145 

*STE is permitted only in special 
circumstances as specified in GFR 
- 154, 176 & 184@ and may require 
justification and its acceptance by 
CFA 

**LTE is permissible subject to 
conditions specified in GFR -151@ 

***LTE for goods exceeding 25 
lakhs is permitted only in special 
circumstances specified in GFR- 
151 @ 

2 

15,001/- to 
100,000/- 

LPC 

146 

3 

100,001/- to 
25,00,000/- 

STE* 

LTE** 

OTE 

154/176/184 
151 

150 

3 

Above 

25,00,000/- 

STE* 

LTE*** 

OTE 

154/176/184 
151 

150 


@ refer Appendix B 


3.2 Publicity 

All TE notifications should be: 

a. sent to directly by speed post / registered post / courier / email / fax to firms which are 
listed on the list of registered suppliers and/or to the OEMs and their authorized dealers / 
distributors, of the goods in question. ( applicable for LTE cases only) 

b. published at least in a leading national and local newspapers which have a wide 
circulation, (applicable forOTE cases only) 

c. posted on the Central Public Procurement Portal (CPPP) of the Gol. 

d. published on the website of the Authority. 


3.3 Preparation of the Notice Inviting Tender (NIT) 

The NIT should contain salient features of the requirement in brief to give a clear idea to the 
prospective tenderers about the requirements. It should normally contain the following minimum 
information: 

(a) Description and specification of the goods and quantity 

(b) Period and terms of delivery 

(c) Cost of the tender / bidding document (if applicable) 

(d) Place(s) and timing of sale of tender documents (if applicable) 

(e) Address of the website from where the tender document could be downloaded 

(f) Place and deadline for receipt of tenders 

(g) Place, time and date for opening of tenders 

(h) Amount and form of Bid Security / Earnest Money Deposit 

(i) Terms of Payment 

(j) Any other important information 


Page 8 of 27 



















Procurement Manual a a d h a a r 


3.4 Tender documents on the website 

The complete tender document should be posted on the website and the prospective bidders 
should be permitted to make use of the documents downloaded from website of the Authority 
and/or CPPP. If such a downloaded document is priced, there should be clear instructions for the 
bidder to pay the amount by demand draft, etc., along with the bid. Such documents must be 
secured to avoid possibility of any modification therein. 

3.5 Time to be given for submission of bids 

Ordinarily sufficient time should be allowed for submission of bids. In case of LTE at least two 
weeksoand in case of OTE at least three weeksotime from the date of publication of the tender 
notice or availability of the bidding document for sale, whichever is later, should be allowed to 
prospective bidders. Reduced time frame for submission of bids may be adopted, under orders of 
CFA with concurrence of DDG (F), in the case of emergent local purchases of supplies by use of 
FAX, e-tendering etc. 

3.6 Caution to be exercised while granting PAC 

PAC bestows monopoly and obviates competition. Hence, PAC status must be granted after 
careful consideration of all factors like fitness, availability, standardization and value for money. 
However, spares, upgrades, licenses and the like may be sourced from OEM or OEM approved / 
recommended manufacturers only in order to make the OEM responsible for the main goods. 
The PAC should be as per the format given in GFR-154 (refer AppendixB). 

3.7 Single and Two Bid Systems 

3.7.1 Single Bid System 

For stores available commercially off-the-shelf (COTS) and local purchase items, where 
qualitative requirements and technical specifications are clear, single commercial bid system 
may be followed. This system may also be followed for other procurements of non-complex 
nature. No sample should be called for in single bid system at the RFP stage. 

3.7.2 Two Bid system 

For purchasing high value plant, machinery, equipment, IT and communication systems and for 
turnkey projects, etc., which are of a complex and technical nature or for procurement of items 
which have complex parameters, such as shade, tone, make-up, feel, finish and workmanship, 
etc., bids should normally be obtained in two parts as follows: 

(a) Technical bid consisting of all technical details along with commercial terms and conditions & 

(b) Financial bid indicating item-wise price for the items mentioned in the technical bid and all 
other commercial terms and conditions. 

The manner of submission of bids in the two-bid system shall be as specified under GFR - 152. 

(refer Appendix B) 

3.8 Cost of Tender Documents 

Tender sets in respect of ATE/OTE will be sold on payment of the prescribed price as given in 
Appendix E 

3.9 Bid Security / Earnest Money Deposit 

To safeguard against a bidder® withdrawing or altering his bid during the bid validity period in the 
case of advertised or limited tender enquiry, Bid Security is to be obtained from the bidders. The 
bidders should be asked to furnish the bid security along with their bids. The various bid security 
parameters such as amount, form, validity, refund, exemption and forfeiture etc. shall be 
governed by GFR - 157 (refer Appendix B) and are tabulated in Chapter 7 (Banking Instruments) 
hereinafter. 
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3.10 Tendering Process 

3.10.1 Description of the User Requirement 

The RFP should lay down user® requirements in a comprehensive, structured and concrete 
manner and should be broad based. The requirements should be expressed in terms of 
functional characteristics. Specific quality assurance requirements, if any, should be included in 
the RFP. 

3.10.2 Expression of Interest (EOI) 

In those cases where specifications of the desired goods or services are not clear or the sources 
are not known and it is considered desirable to resort to pre-qualification of suppliers, a notice 
calling for EOI may be issued and pre-bid conference may be held with the firms which fulfill the 
criteria prescribed in the notice to firm up the Qualitative Requirements (QRs) / specifications 
before issuing the Request for Proposal. 

3.10.3 Preparation of the Request for Proposal (RFP) / Tender Enquiry (TE) 

RFP/TE is the most important document in the procurement process and should be prepared 
with due care containing complete details of the items or services required, terms and conditions 
including payment terms, full and clear specifications, scope of requirement and the evaluation 
criteria, both for technical bids and commercial bids, and clear instructions to the bidders. RFP 
should be vetted by FD. 

3.10.4 Format of RFP 

A suggested format of the RFP for procurement of goods and services is given at Appendix U. 


3.10.5 Amendment to the RFP 

Sometimes situations may arise necessitating modification of the tender documents due to 
change in the required quantity or specifications or to amend some genuine mistakes therein. 
Copies of such amendment/ modification should be simultaneously sent free of cost by 
registered/speed post/courier/e-mail to all the selected suppliers (under LTE) or to all the parties 
who may have already purchased the tender documents (ATE). Copies of such amendments are 
also required to be prominently attached to the unsold tender documents (which are available for 
sale), including the tender documents put on the web. When the amendment/modification 
changes the requirement significantly and/or when there is not much time left for the tenderers to 
respond to such amendments, and prepare revised tender, the time and date of submission of 
tenders are also to be extended suitably, along with suitable changes in the corresponding time- 
frames for receipt of tender, tender validity period etc. and validity period of the corresponding 
EMD/Bid security. Depending on the situation, such an amendment may also need fresh 
publication adopting the same procedure as for publication of the original tender enquiry. The 
amendment shall be done under orders of CFA with DDG (F)® concurrence. 

3.10.6 Extension of Tender Opening Date 

Irrespective of the need for extension arising from any amendment/s to the RFP, the CFA with 
the concurrence of DDG (F), may extend the date of opening of the tender as specified in the 
RFP but such extension should not exceed the total delivery period envisaged in the RFP. Any 
further extension would require approval of the next higher CFA and should be published in the 
same journals/newspapers in which the original RFP was published and must also be given 
publicity through the web. 
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3.10.7 Extension of Tender Opening Date After Due Date of Opening 

In exceptional circumstances, date of opening of the tender may be extended within a 
reasonable period after the due date of the opening of tenders for reasons to be recorded in 
writing, with the approval of the CFA and in consultation with the DDG (F). 


3.11 Tender Opening 

3.11.1 Under Single Bid System 

The following procedure should be followed for opening of tenders: 

(a) All the tenders received on time should be opened in the presence of authorized 
representatives of the tenderers at the prescribed time, date and place by the official / Tender 
Opening Committee, to be nominated by the CFA in advance. The authorized representatives, 
who intend to attend the tender opening, would be required to bring with them letters of authority 
from the tenderers concerned. 

(b) The tender opening official/committee should announce the salient features of the tenders like 
description and specification of the goods, quoted price, terms of delivery, delivery period, 
discount if any, whether EMD furnished or not and any other special feature of the tender for the 
information of the representatives attending the tender opening. 

(c) After opening, every tender should be numbered serially, initialed, and dated on the first page 
by the official(s) authorized to open the tenders. Each page of the price schedule or letter 
attached to it shall also be initialed by them with date, particularly the prices, delivery period etc., 
which should also be circled and initialed indicating the date. Blank tenders, if any, should be 
marked accordingly by the tender opening officials. 

(d) Alterations in tenders, if any, made by the tenderers, should be initialed with date and time by 
the official(s) opening the tenders to make it perfectly clear that such alterations were present on 
the tenders at the time of opening. 

(e) Wherever any erasing or cutting is observed, the substituted words should also be encircled 
and initialed with date and time to make clear that such erasing/cutting of the original entry was 
present on the tender at the time of opening. 

(f) The tender opening official(s) should prepare a list of the representatives attending the tender 
opening and obtain their signatures on the list. The list should contain the representativesonames 
and the corresponding tendererso names and addresses. The authority letters brought by the 
representatives should be attached with this list. This list should be signed by the tender opening 
official(s) with date and time. 

(g) An on-the-spot report containing the names of the tenderers (serial number wise) salient 
features of the tenders, as read out during public opening of tenders should be prepared by the 
tender opening official(s) duly signed by them with date and time. 

(h) The tenders, which have been opened, the list of the representatives attending the tender 
opening and the on-the spot report should be handed over to the nominated officer of the 
procuring agency and acknowledgement obtained for the same. 


3.11.2 Under Two-Bid System 

The procedure laid down in the preceding paragraph should be followed mutatis mutandis under 
two bid system also but only the technical bids should be opened in the first instance. 
Commercial bids of only QR-compliant tenderers should be opened only after evaluation of the 
technical bids and approval of the Technical Evaluation Committee (TEC) report by the CFA. The 
commercial bids of other tenderers, who are not found to comply with the QRs as above, will be 
returned to the tenderers, in sealed and unopened condition as received. 
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3.12 Evaluation of Technical Bids 

3.12.1 Opening of Technical Bids 

Where quotations are invited as separate technical and commercial bids, initially only the 
technical bids are to be opened in the presence of the tenderers or their duly authorized 
representatives. 


3.12.2 Evaluation of Technical Bids 

After opening of the technical bids, technical evaluation is to be carried by a duly appointed TEC 


3.12.3 Technical Evaluation Committee (TEC) 

TEC, wherever formed, should invariably have representatives of the user, designated inspecting 
agency, maintenance agency, procurement agency and CFA, apart from the TEC Chairman. 
Finance representative need not be associated with the TEC. 


3.12.4 Objective of the TEC 

The main objective of the TEC is to prepare technical matrix showing how the technical 
parameters of bids received compare with the parameters mentioned in the tender 
document/RFP. If the offers conform to the essential parameters they should be accepted. 


3.12.5 Preparation of Compliance Report by TEC 

The TEC should prepare a compliance statement bringing out the extent of variations and 
differences, if any, in the technical characteristics of the equipment/ tendered item(s) offered by 
various vendors with reference to QRs and compliance or noncompliance with the essential 
parameters. If considered necessary, the TEC may invite those vendors who meet essential 
parameters for technical presentation/clarification. 


3.12.6 Mandate of the TEC as regards commercial aspects 

The TEC is not authorized to discuss commercial aspects of the case. However, the TEC 
should prepare a compliance statement in respect of commercial terms and conditions, such as 
bid security, warranty, etc., included in the technical bid as per the RFP. 


3.12.7 Association of FD 

Whenever two bid system of tendering is followed, technical evaluation of the bid becomes a vital 
step not only for ascertaining conformity of the technical bids with the technical specifications 
mentioned in the tender, but also to bring all bidders on a level playing field in respect of 
qualitative requirements. While technical evaluation is to be carried out by the TEC and FD need 
not be associated at this stage, CFA may, if considered necessary, evolve a system of 
associating the DDG (F) or his representative in examination of the TEC Report in regard to 
compliance with the commercial terms and conditions before opening of the price bid. 


3.12.8 Approval by the CFA 

TEC report, once finalized, should be sent to CFA for acceptance. 
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3.13 Evaluation of Commercial Bids 

3.13.1 Preparation of the Comparative Statement of Tenders 

After opening of the commercial bids (of QR-compliant tenderers in the case of two bid system 
and after approval of the TEC report by the CFA), a Tender Purchase Committee (TPC) - which 
could be same as the tender opening committee / TEC or a separate body of officials with 
representation same as in the TEC - should prepare a Comparative Statement of Tenders (CST). 
The CST should show each element of costs quoted for (i.e. basic cost, taxes, levies, etc.) 
separately against each tenderer. CST should be prepared soon after opening of the commercial 
bids and got vetted by the FD as to its correctness. 

3.13.2 Commercial Evaluation 

Evaluation of commercial bids is the core activity in any purchase decision. If the correct 
evaluation of quoted rates, freight, insurance, taxes, duties and other expenses involved is not 
carried out as per the criteria incorporated in the RFP, purchase decision may become deficient 
and faulty. The TPC shall evaluate the commercial bids, identify LI bidder and the 
reasonableness of LI offer, and recommend further action which could be either placement of 
supply order on LI or commercial negotiations or retendering. These recommendations will be 
placed before the CFA, through DDG (F), for acceptance. 

3.13.3 Commercial Negotiations 

It is not mandatory to hold commercial negotiations in each case, particularly in open and limited 
tender cases, where the response has been substantial and the Li price is found to be very close 
to the reasonable price, if such an assessment had been carried out prior to opening of the 
commercial bids. However, commercial negotiation may become necessary to ensure that the 
interest of the Authority is fully protected and the price paid is reasonable. Commercial 
negotiations are invariably conducted in case of single tender situations, including PAC cases, or 
when price is considered high with reference to assessed reasonable price, irrespective of the 
nature of tendering. Such negotiations are invariably conducted by a duly appointed Commercial 
Negotiation Committee (CNC), which should invariably include a finance member. 

3.13.4 Composition of CNC 

Apart from the Chairman of the CNC, there should be representatives of the User Department, 
FD, designated Inspecting Agency, Maintenance Agency, units concerned with post-contract 
management and the CFA, wherever applicable. CFA may nominate any other member, like a 
costing expert, in case of high value single vendor offers while constituting the CNC. 

3.13.5 Chairman of the CNC 

The CNC may be headed by an officer one rank below that of the CFA. 


3.13.6 Price Reasonableness 

The basic objective of the CNC is to establish reasonableness of price being paid by the 
Authority. This is a complex task and many factors need to be considered. Factors like the last 
purchase price (LPP), movement of price indices, the market intelligence regarding cost of the 
item or similar items, material composition, cost analysis of raw materials, technological 
complexities involved, whether the items are of current production or otherwise, maintenance 
requirements, requirement of spares and warrantee etc. need to be considered while examining 
price reasonableness. 
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3.13.7 Responsibility of the CNC 

Wherever negotiations are conducted by the CNC, minutes of the CNC meetings should be 
recorded clearly and expeditiously. CNC should determine Li and make unambiguous and 
specific recommendations giving reasons for making the recommendations. Detailed record of 
discussions regarding compliance with tendered QRs, price and contract clauses held during the 
CNC should be prepared and placed on record in the form of minutes of the meeting. All the 
members of the CNC should sign the minutes. 

3.13.8. Acceptance of CNC’s recommendations 

The recommendations of the CNC should be processed on file by the Procuring Division for the 
approval of the CFA with the concurrence of the DDG (F). 

3.13.9 Revised Commercial Bids in Two Bid System 

In case of procurement involving two-bid system, it may not be practicable to incorporate all 
possible details in the technical specification(s), thereby requiring elaborations/clarifications 
during technical discussion. This may necessitate submission of revised commercial bids 
consequent upon discussion during TEC. It would be advisable to give equal opportunity to all 
technically acceptable vendors to give their revised commercial bids in a sealed cover. The CNC 
would take into account the revised commercial bids to arrive at Li. 

3.13.10 CFA’s Approval for Obtaining Revised Commercial Bids 

Before calling for revised commercial bids where original price bids have not been opened, 
approval of CFA should invariably be taken, after consulting FD. It is absolutely essential to give 
equal opportunity to all qualified vendors. 

3.14 Lack of Competition 

The following situations would imply lack of competition: 

(a) The number of acceptable offers is less than two. 

(b) Ring prices have been quoted by all tenderers (Cartel formation). 

(c) The product of only one manufacturer has been offered by all the tenderers irrespective of the 
number of quotations. 

(d) Store under purchase is chronically in short supply against which the number of acceptable 
offers never exceeds two. 


3.15 Resultant single tender situation or in case of a STE proposed as such 
Action to be taken where there is Lack of Competition 

There are cases when only a single quote or a single valid acceptable quote is received even 
against LTE or OTE. This situation may arise in single bid tendering as well as in two-bid 
tendering before or after technical evaluation. This results in a single vendor situation indicating 
lack of competition. In such situations, the following aspects will be examined: 

(a) Whether all necessary requirements such as standard tender enquiry conditions, industry- 
friendly specifications, wide publicity, sufficient time for formulation of tenders had been taken 
care of while issuing the RFP; 

(b) Whether the RFP had been properly dispatched and duly received by the prospective 
vendors to whom these were sent. 

(c) Whether the QRs could be reformulated and made more broad based to generate wider 
competition. 

(d) Whether time and criticality of requirement permits reformulation of the QRs. 
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If the examination reveals that (a) and (b) had been complied with and (c) an (d) are not feasible, 
the proposal may be processed further treating it as a case of OTE or LTE as the case may be 
with the approval of the CFA, through DDG(F). In case, however, there is any doubt about the 
tendering process or it is considered feasible to consider reformulation of QRs without 
compromising on operational requirement, the RFP should be retracted and re-issued after 
rectifying the deficiencies and/or reformulating the QRs. 

3.16 Re-Tendering 

Re-tendering may be recommended by the TPC/CNC and approved by the CFA with the 
concurrence of DDG(F), where original sanction was accorded with the concurrence of DDG(F), 
with utmost caution, generally under the following circumstances: 

(a) Offer(s) do not conform to QRs and other terms and conditions set out in the RFP. 

(b) There are major changes in specifications and quantity, which may have considerable impact 
on the price. 

(c) Prices quoted are unreasonably high with reference to assessed reasonable price or there is 
evidence of a sudden slump in prices after receipt of the bids. 

(d) Where there is lack of competition and there are clear and reasonable grounds to believe that 
the lack of competition was due to restrictive specifications, which did not permit many vendors 
to participate. In such cases, which should, however, be rare as the specifications should 
normally be formulated with due care and after pre-bid conference, wherever required, CFA 
should consider if there is a possibility of reviewing the specifications to facilitate wider and 
adequate competition. 


3.17 Withdrawal of Offer by Li 

In case the lowest tenderer withdraws his offer, re-tendering should be resorted to. While 
retendering RFP may not be issued to the vendor who had backed out and EMD, if any, of such 
a firm should be forfeited. 

3.18 Procurement of bare minimum quantity in case of re-tendering 

In cases where it is decided to resort to re-tendering due to unreasonableness of the quoted 
rates but the requirement is urgent/inescapable and re-tendering for the entire quantity is likely to 
delay the availability of the item(s) jeopardizing the essential operations, maintenance and 
safety, negotiation may be held with the Li bidder for supply of a bare minimum quantity. The 
balance quantity should, however, be procured expeditiously through re-tender, following the 
normal tendering process. 

3.19 Signing of Contract / Placing of Supply Order 

Once the CNC recommendations are accepted by the CFA or approval accorded by the CFA in 
those cases in which no CNC is held, the contract should be signed or the supply order placed, 
as the case may be, immediately. It must be ensured that the contract/supply order is as per the 
approved terms and conditions and the rates are correctly shown as finally negotiated and 
accepted by the CFA. Contracts/supply orders should be vetted by the DDG (F), prior to 
acceptance of the purchase proposal by the CFA. Copies of the contract/supply order should be 
sent to all concerned, including the DDG (F), the Audit Division and the PAO, and their 
acknowledgement obtained. 


Page 15 of 27 





Procurement Manual a a d h a a r 


CHAPTER 4 APPROVAL PROCESS 

4.1 Processing of Proposals for CFA’s Approval 

All procurement proposals should be initiated in the form of a Statement of Case (SoC), which 
should clearly bring out all aspects of the proposal, including the justification/reason for 
procurement, quantity, cost, likely sources of supply, mode of tendering, etc. The format of SoC 
given in Appendix F may be used for this purpose, with suitable changes as required. It needs to 
be kept in view that expeditious processing of the proposal depends on the comprehensibility 
and quality of the SoC. Draft NIT/RFP should also be submitted along with the SOC for AON 
sanction of the CFA in consultation with DDG (F). 

4.2 Processing of Proposals after CFA’s Approval 

After CFA® approval, the procuring agency would go through the tendering action as per the 
provisions of Chapter 3 of this Manual. 

4.3 Processing of Proposals subject to Availability of Funds 

A procurement proposal should normally be processed only if it figures in the Annual 
Procurement Plan (wherever such Plans are being prepared, irrespective of the nomenclature of 
the Plan) and subject to availability of funds. Availability of funds should be determined only after 
accounting for cash outgo during the relevant financial year on account of committed liabilities. 

4.4 Processing of Proposals without linking them with Availability of Funds 

Subject to the general rule that purchase proposals should be processed with due regard to 
availability of funds, a procurement proposal may be processed without linking it with actual 
availability of funds, if it is certified by the budget holder that there is reasonable certainty of 
funds becoming available by the time the proposal reaches the final stage of contracting/placing 
of supply order. 

4.5 Finance Concurrence: Prior Concurrence & Ex-post Facto Regularization 

CFA® approval is subject to prior concurrence of DDG (F). There is no provision to obtain ex¬ 
post facto concurrence of DDG (F), and cases where prior concurrence is not obtained, though 
required, would be treated as cases of breach of rules and regulations and referred to the next 
higher CFA for regularization. Such regularization will be subject to concurrence of DDG (F) to 
the next higher CFA. 

4.6 CFA Approvals: Ex-post Facto Regularization 

In cases where proposal is approved by an authority not competent to sanction, there is no 
provision to obtain ex-post facto approval of CFA as a routine and such cases would be treated 
as breach of rules and regulations. However, in exceptional cases, ex-post facto sanction may be 
accorded by the appropriate CFA with the advice (which shall not be construed as concurrence) 
of the DDG (F) for ratification / regularization, depending upon the merits of each case. 

4.7 Disagreement with the DDG (F) 

In case of disagreement with the DDG (F), the CFA can overrule the DDG (F) under intimation to 
the next higher CFA as well as the DDG (F) giving reasons for overruling the financial advice. In 
such cases, it would be open to the DDG (F) to take up the matter with the Secretary 
Expenditure, MoF, Gol and higher CFA or drop it. In cases where advice of DDG (F) has been 
overruled by CFA, the corresponding clause to be added to the sanction should incorporate the 
following text: 

“This sanction issues with the approval of CFA. The advice of DDG (F) was conveyed vide Dy. No. _ 

dt. _” {refer DoFP Rules, Rule 25} 
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4.8 Acceptance of Necessity (AON) 

4.8.1 Combining Various Stages of Processing (while seeking approval of the CFA) 

It is not necessary that a proposal should be processed sequentially for AON, Quantity Vetting, 
financial concurrence, etc. A proposal, when initiated, should be complete in all respects so that 
all the aspects relating to AON, quantity vetting, costing, vetting of NIT/RFP, etc., could be 
examined simultaneously by the DDG (F). 


4.8.2 CFA’s Sanction 

A sanction is a written authority from the CFA authorizing the expenditure. A sanction invariably 
indicates the reference to the authority under which expenditure is being sanctioned, the financial 
implication, the item for which the expenditure is approved and the budget code head. Whenever 
the final expenditure exceeds the sanctioned amount, revised financial sanction of the CFA, in 
whose delegated powers the total expenditure would fall, is required to be obtained. The format 
for Sanction Letter / Expenditure Angle Sanction (EAS) is given in Appendix G 


4.8.3 Responsibilities of CFA in a Purchase Decision 

The CFA must consider all aspects of the case, including the quoted terms and conditions of the 
contract, delivery period, taxes and duties applicable, freight, insurance and other charges and 
the compliance to the specification before a purchase decision is taken. One of the important 
responsibilities of the CFA to ensure proper ranking of all offers so that the decision making 
process is totally transparent. The financial implication should be considered as the all-inclusive 
cost to the User on delivery to the designated consignee(s). Conditional offers and those with 
specifications not in conformity with the tendered specifications (essential QRs) should not be 
considered. Before according sanction, concurrence of FD should be taken wherever the powers 
are exercisable subject to such concurrence. 


4.8.4 Compliance with Procedures 

While taking the purchase decision, the CFA needs to satisfy himself that proper procedures 
have been followed at various stages of procurement, purchase policies of the Government have 
been complied with and capacity and financial status of the firm have been checked. Purchase 
decisions should be taken through a formal order in a written form. 

4.8.5 Accountability 

The decentralization of decision making mechanism and DoFP are aimed at facilitating faster 
decision making and obtaining best value for money. However, the DoFP also implies ‘authority 
with accountability’. The CFA approving the expenditure must ensure financial propriety and 
probity, transparency and fair play as well as optimum utilization of resources. The CFA and all 
members of various procurement committees are accountable for all decisions taken by them 
while approving any measure involving Government funds. This accountability is unconditional 
and absolute. 
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CHAPTER 5 CONTRACT MANAGEMENT 


Types of Contract and General Principles for Contracting 

5.1 Types of Contracts 

Government contracts can be of many types depending on the nature of the item being procured, 
work to be executed, services required to be rendered and support to be provided. The 
provisions contained in this Manual are not applicable to the contracts for construction works but 
shall apply to all other contracts. 

5.2 General Principles of Contracting 

As per GFR - 203, 204 (refer Appendix B) 

5.3 Accountability 

The responsibility for contract management and payment propriety and all aspects associated 
with it rests entirely with the procuring division / unit. 

5.4 Changes in the terms of / Amendment to a Concluded Contract and/or Sanction 

As per GFR - 203, 204 (refer Appendix B). Any term / condition/ stipulation/ requirement of a 
contract and/or of an EAS can be amended or modified or relaxed only by the CFA with DDG 
(F)® concurrence. 

5.5 Termination of Contract 

A contract may be terminated in the following circumstances: 

(a) When the supplier fails to honor any part of the contract including failure to deliver the 
contracted stores/render services in time. 

(b) When the contractor is found to have made any false or fraudulent declaration or statement to 
get the contract or he is found to be indulging in unethical or unfair trade practices. 

(c) When both parties mutually agree to terminate the contract. 

(d) When the item offered by the supplier repeatedly fails in the inspection and/or the supplier is 
not in a position to either rectify the defects or offer items conforming to the contracted quality 
standards. 

(e) Any special circumstances, which must be recorded to justify the cancellation or termination 
of a contract. 

5.6 Contract Effective Date 

The contract effective date is normally the date on which the contract is signed by both the 
parties unless otherwise mutually agreed to and clearly indicated in the contract as per agreed 
terms and conditions. 

5.7 Conditions of Contract 

A contract is a legal document and must be governed by certain terms and conditions to protect 
the interest of both the parties to the contract. It is important that every purchase officer is not 
only thoroughly familiar with each conditions of a contract, but that he is also able to take 
appropriate and timely action to safeguard the rights and honor of the Purchaser. It is also 
desirable that the conditions of a contract are practical, fair and just for both the Purchaser and 
the Supplier. The conditions of contract become binding for both parties on signing/acceptance of 
the mutually agreed contract. 
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5.8 General Conditions of Contract (GCC) and Special Conditions of Contract (SCC) 

In order to facilitate clear understanding of the conditions of contract, a set of standard 
conditions, generally applicable to all contracts (GCC), is formulated and made available to all 
firms at the time of registration itself. SCC are supplementary conditions applicable to a specific 
tender and contract. The GCC & SCC are included in the format of the RFP (Appendix D) 


5.9 Payment of Advance 

Ordinarily, payments for services rendered or supplies made should be released only after the 
services have been rendered or supplies made. Therefore, no advance should be offered in the 
RFP. However, it may become necessary to make advance payments in the following types of 
cases: 

(a) Advance payments are demanded by firms holding maintenance contracts for servicing of air- 
conditioners, computers, other costly equipment, etc. 

(b) Advance payments demanded by firms against fabrication contracts, turnkey contracts, etc. 
Where it is decided to provide advance payment, the quantum should be incorporated upfront in 
the RFP. 

5.10 Quantum of Advance 

As per GFR T 159 (refer Appendix B) 

5.11 Stage/Part Payments 

As per GFR 'i 159 (refer Appendix B). If stage/part payments are proposed to be made on 
achievement of milestones, it should be clearly mentioned upfront in the RFP with the approval of 
CFA and the concurrence of the DDG (F). 

5.12 Securing the Advance 

While making any advance payment, adequate safeguards in the form of bank guarantee, etc., 
should be obtained from the firm. The various security parameters such as amount, form, validity, 
refund, exemption and forfeiture etc. shall be governed by GFR- 159 (refer Appendix B) and are 
tabulated in Chapter 7 (Banking Instruments) hereinafter. 


5.13 Price Variation Clause/Price Adjustment Clause 

As per GFR T 204 (refer Appendix B) 


5.14 Performance Security 

Performance Security deposit payable to the Purchaser is furnished by the Supplier in the form of 
a Performance Bank Guarantee (PBG) issued by a public sector bank or a private sector bank 
authorized to conduct government business, in the prescribed format within thirty days from the 
date of contract. The performance security deposit is meant to compensate the Purchaser for 
any loss suffered due to failure of the supplier to complete his obligations as per the contract. 
The various performance security parameters such as amount, form, validity, refund, exemption 
and forfeiture etc. shall be governed by GFR 158 (refer Appendix B) and are tabulated in Chapter 7 
(Banking Instruments) hereinafter. 
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5.15 Payments 

5.15.1 Payment Terms 

Payment terms are of great importance both for the purchaser and the supplier as the cost of 
finance plays a very important role in deciding the cost of a good or service being contracted for. 
Normally, 95% of the contract amount is released against provisional receipt of the item at the 
consignee® premises along with inspection note and other documents. Balance 5% is released 
after the stores have been properly checked and accounted for. Some suppliers prefer 100% 
payment after delivery and accounting, which may be accepted. In many cases, suppliers 
request for allowing part supply and corresponding part payment. Such requests can also be 
considered by the CFA for acceptance on merit of individual cases. 

5.15.2 Paying Authority 

The specific office which would be responsible for making payment should be clearly mentioned 
in the RFP and the contract. 

5.15.3 Documents to be Submitted for Claiming Payment 

The documents to be submitted for audit and payment depend upon the nature of procurement 
and the terms and conditions of a particular supply order/contract. However, essential documents 
that are required for audit and payment are listed in Appendices H & I respectively 

5.16 Delivery 

Timely delivery as per the Delivery Period (DP) stipulation in the Contract/Purchase Order is one 
of the most important procurement objectives. The stores are considered to have been delivered 
only when these are handed over to the consignee after due inspection by the designated 
inspecting agency. 

5.17 Correctness of the Quality and Quantity 

On receipt at the consignee® premises, the stores are checked for ascertaining the correctness 
of quantity, quality and documents. In case the stores are found deficient in any way, the 
consignee has the right to reject the stores even if these were inspected and cleared by the 
inspector. 

5.18 Failure to deliver within the DP 

When the supplies do not materialize by the stipulated contract delivery date, the purchaser has 
the option of: 

(a) Extending the delivery date with imposition of LD and denial clause, which implies denial of 
increase in price, taxes, duties, etc. taking place during the extended period. 

(b) Re-fixing the delivery date. 

(c) Canceling the contract. 

Action in respect of any of the above stated options would require a prior sanction of the CFA 
with DDG (F)® concurrence. 


5.19 Maximum Period of Extension 

The maximum period of extension of delivery that can be granted by the CFA should be such 
that the total period - the original delivery period plus the extension T does not exceed twice the 
original delivery period. Extensions beyond this period would require sanction of the next higher 
CFA. 
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5.20 Deciding the Course of Action in the Event of Failure of Supply 

For deciding on these options the procuring department has to balance the time factor required 
for making repurchase and whether the supply can be arranged earlier than the period of 
extension sought for at cheaper rates from alternative sources and in the latter case whether the 
indenter can reasonably wait to take advantage of lower trend in prices. Extension shall be 
granted only where the CFA is convinced that supplier would come forward during extended DP. 
Detailed instructions are contained in Chapter 12 of the DGS & D Manual 1999. 


5.21 Liquidated Damages (LD) 

Compensation of loss on account of late delivery where loss is pre-estimated and mutually 
agreed to is termed as the LD. Law allows recovery of pre-estimated loss, provided such a term 
is included in the contract. For imposition of LD, there is no need to establish actual loss due to 
late supply. The legal position with regard to claim for liquidated damages is as follows: 

(a) Whatever the quantum of the loss sustained, the claim cannot exceed the sum stipulated in 
the contract. 

(b) Only reasonable sum can be calculated as damages, which in given situation may be less 
than the sum stipulated. 

(c) What is a reasonable sum would depend on facts. 

(d) Court may proceed on the assumption that the sum stipulated reflects the genuine pre¬ 
estimates of the parties as to the probable loss and such clause is intended to dispense with 
proof thereof. 

(e) The distinction between penalty and LD has been abolished by the Indian Contract Act and in 
any case, the Court is not bound to award more than Reasonable compensationonot exceeding 
the amount so named. 


5.22 Quantum of LD 

As a general rule, if the contractor fails to deliver the stores/service or any installment thereof 
within the DP or at any time repudiates the contract before expiry of such period, the CFA, 
without prejudice to the right of the purchaser to any other remedy for breach of contract, may 
recover from the contractor a sum equivalent to 0.5% of the prices of any stores which the 
contractor has failed to deliver within the period agreed for delivery in the contract, for each week 
or part thereof during which the delivery of such stores may be in arrears, where delivery thereof 
is accepted after expiry of the aforesaid period. The total damages shall not exceed value of 10% 
of undelivered goods. The LD cannot exceed the amount stipulated in the contract. 


5.23 Guidelines for levying of LD 

While taking decision for imposition of LD, the guidelines framed in this regard (Appendix J) 
should be followed. 
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5.24 Waiver of LD 

LD may be waived in full or part, as per the guidelines contained in Appendix I, upon request of 
the supplier and with the approval of the CFA and the concurrence of the DDG (F). In all such 
cases, adequate reasons should invariably be recorded for waiving the LD. 


5.25 Consequential Damages 

Consequential Damages are imposed over and above LD in case of time critical turn-key 
projects, provided they are so included in the RFP and the contract. 


5.26 Arbitration 

If a dispute arises between the Purchaser and the Supplier and it does not get resolved through 
mutual discussions, the parties may agree for arbitration. CFAs should prepare a panel of 
arbitrators for selection by the Competent Authority. CFA® have the power to appoint Arbitrators. 
The option of approaching Ministry of Law for appointment of Arbitrator can also be exercised. 
The standard format of the Arbitration clause is given in Appendix K 


5.27 Force Majeure 

Wherever considered necessary, this clause may be included in the RFP and in the Contract. 
The standard format of the clause is given in Appendix L 


5.28 Option Clause and Repeat Order Clause 

Provision for repeat order and option clause should not be made as a matter of course in the 
RFPs as these clauses have an impact on price. Either or both these clauses may be provided in 
the RFP only in exceptional circumstances, where the consumption pattern is not predictable, 
with the stipulation that while exercising one or both these clauses the overall ceiling of fifty 
percent of the originally contracted quantity will not be exceeded. Repeat Order and/or Option 
Clause may be exercised more than once, provided altogether these orders do not exceed 50% 
of the original order quantity. All such exercise/s would require a prior sanction of the CFA with 
DDG (F)® concurrence. 


5.29 Risk and Expense Purchase 

Risk and expense purchase clause, though not mandatory, may be included in the RFP and the 
contract, if considered necessary. Risk and Expense purchase is undertaken by the purchaser in 
the event of the supplier failing to honor the contracted obligations within the stipulated period 
and where extension of delivery period is not approved. While initiating risk purchase at the cost 
and expense of the supplier, the purchaser must satisfy himself that the supplier has failed to 
deliver and has been given adequate and proper notice to discharge his obligations. Whenever 
risk purchase is resorted to, the supplier is liable to pay the additional amount spent by the 
Authority, if any, in procuring the said contracted goods/ services through a fresh contract, i.e. 
the defaulting supplier has to bear the excess cost incurred as compared with the amount 
contracted with him. Factors like method of recovering such amount should also be considered 
while taking a decision to invoke the provision for risk purchase. All such exercise/s would 
require a prior sanction of the CFA with DDG (F)® concurrence. A Standard Risk & Expense 
Purchase clause is given in Appendix M. 
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CHAPTER 6 RATE CONTRACT 


6.1 General 

As per GFR - 141, 142 (refer Appendix B) 


6.2 Objective 

The basic objective of a procurement agency is to provide the right items of right quality and in 
right quantity, at the right place and right price so as to meet the requirement of the users. One of 
the ways to ensure this is to conclude Rate Contracts for all common user items which are 
regularly required in bulk by the users and whose prices are likely to be stable and not subject to 
considerable market fluctuations. A Rate Contract (RC) enables procuring officers to procure 
indented items promptly and with economy of scale and also cuts down the order processing and 
inventory carrying cost. The RC system takes care of supply chain management and enables an 
efficient transaction both for the purchaser and the supplier. 


6.3 Definition 

A Rate Contract is an agreement between the purchaser and the supplier for supply of specified 
goods (and allied services if any) at specified price and terms & conditions (as incorporated in 
the agreement) during the period covered by the Rate Contract. No quantity is mentioned nor is 
any minimum drawl guaranteed in the Rate Contract. The Rate Contract is in the nature of a 
standing offer from the supplier firm. The firm and/or the purchaser is/are entitled to withdraw / 
cancel the RC by serving an appropriate notice on each other, of not less than thirty days. 
However, once a supply order is placed on the supplier for supply of a definite quantity in terms 
of the rate contract during the validity period of the rate contract that supply order becomes a 
valid and binding contract and the supplier is bound to supply the ordered quantity. 


6.4 Special Conditions Applicable for Rate Contract 

Some special conditions of rate contract which differ from the usual conditions applicable for 
other contracts are as follows: 

i) Earnest Money Deposit (EMD) is not applicable. 

ii) In the Schedule of Requirement, no quantity is mentioned; only the anticipated expenditure 
may be mentioned without any commitment. 

iii) The purchaser reserves the right to conclude more than one rate contract for the same item. 

iv) The purchaser as well as the supplier may withdraw the rate contract by serving suitable 
notice to each other. The prescribed notice period is generally thirty days. 

v) The purchaser has the option to renegotiate the price with the rate contract holders. 

vi) In case of emergency, the purchaser may purchase the same item through ad hoc contract 
with a new supplier. 
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vii) Usually, the terms of delivery in rate contracts are FOR dispatching station. This is so, 
because the rate contracts are to take care of the users spread all over the country. However, 
wherever it is decided to enter into RCs which are FOR destination, the cost of transportation 
should be separately asked for. 


viii) Supply orders, incorporating definite quantity of goods to be supplied along with all other 
required conditions following the rate contract terms, are to be issued for obtaining supplies 
through the rate contract. 


ix) The purchaser and the authorized users of the rate contract are entitled to place supply orders 
up to the last day of the validity of the rate contract and, though supplies against such supply 
orders will be effected beyond the validity period of the rate contract, all such supplies will be 
guided by the terms and conditions of the rate contract. 


x) The rate contract will be guided by rFall Claused 


6.5 Fall Clause 

Fall clause is a price safety mechanism in rate contracts. The fall clause provides that if the rate 
contract holder reduces its price or sells or even offers to sell the rate contracted goods following 
conditions of sale similar to those of the rate contract, at a price lower than the rate contract 
price, to any person or organization during the currency of the rate contract, the rate contract 
price will be automatically reduced with effect from that date for all the subsequent supplies 
under the rate contract and the rate contract amended accordingly. Other parallel rate contract 
holders, if any, are also to be given opportunity to reduce their price as well, by notifying the 
reduced price to them and giving them 15 (fifteen) daysotime to intimate their revised prices, if 
they so desire, in sealed cover to be opened in public on the specified date and time and further 
action taken as per standard practice. On many occasions, the parallel rate contract holders 
attempt to grab more orders by unethical means by announcing reduction of their price (after 
getting the rate contract) under the guise of Fall Clause. This situation is also to be dealt with in 
similar manner as mentioned earlier in this paragraph. It is, however, very necessary that the 
purchase organizations keep special watch on the performance of such rate contract holders 
who reduce their prices on one pretext or other. If their performances are not up to the mark, 
appropriately severe action should be taken against them including deregistering them, 
suspending business deals with them, terminating the contract, etc. 
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CHAPTER 7 BANKING INSTRUMENTS 


PARAMETER 

EMD 

PBG 

BG FOR ADVANCE 

PAYMENTS 

DEFINITION 

Earnest Money Deposit 
is also known as Bid 
Security. Bid Security is 
collected to safeguard 
against a bidder® 
withdrawing / altering its 
bid during the bid 
validity period in the 
case of an advertised or 
limited tender enquiry. 

PBG is a written undertaking 
obtained from the Supplier 
through his bank as a 
guarantee that he would 
perform the promise/terms 
and conditions of the 

contract and to ensure the 
discharge of liability of the 
Supplier in case of his 
default. 

BG for advance 

payment is for use 
where an advance 
payment is made to a 
vendor and a BG is 
obtained as security 
against that payment. If 
the contract is not 
completed, buyer can 
claim refund of the 
advance payment 

secured under the said 

BG. 

COLLECTION 

EMD is to be obtained 
from the bidders except 
those who are 

registered with Central 
Purchase Organization 
(e.g. DGS&D), National 
Small Industries 

Corporation or any 
specified Ministry/ 

Department. 

Performance Security is to 
be obtained from every 
successful bidder 

irrespective of its 

registration status etc. 

Advance Payment 

Security is to be 
obtained from every 
vendor to whom 

advance has been 
given either as per the 
terms and conditions of 
the respective contract 
or with prior sanction of 
the competent 

authority. 

AMOUNT 

ordinarily between 2% - 
5% of the estimated 

contract value 

ranging between 5% - 10% 
of the value of the contract. 

Where the contract value is 
not pre-determ ined, 

expenditure likely to be 
incurred under the contract 

shall be estimated and 

taken as the contract value 
for this purpose. 

Advance Security 

should be for an 
amount as specified in 
the respective contract 
or by the competent 
authority 

EXEMPTION 

Not necessary for a 
contract value up to Rs. 

1 Lakh. 

NONE 

NONE 
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FORM 

In the form of an Account Payee Demand Draft, Fixed Deposit Receipt, Banker® 
Cheque or a BG in the defined form from any of the scheduled commercial 
Banks, safeguarding the UIDAI® interest in all respects. 

MODEL 

FORMAT 

Appendix N 

Appendix 0 

Appendix P 

VALIDITY 

should remain valid for a 
period of 45 days 
beyond the final tender 
validity period. 

Performance Security is to 
be furnished by a specified 
date (generally within 21 
days of issue of NOA) and it 
should remain valid for a 
period of 60 days beyond 
the date of completion of all 
contractual obligations of 
the supplier, including 

warranty obligations. 

Advance Payment 

Security is to be 
furnished before 

release of advance 
payment and it should 
remain valid as per 
terms and conditions 
given in the respective 
contract of each 

vendor. 

CONFIRMATION 

BG(s) submitted by the bidders/suppliers need to be immediately confirmed with 
the issuing Bank before acceptance. A model format of BG Confirmation Letter to 
be obtained from issuing Bank is given at Appendix Q. 

RENEWAL / 

EXTENSION 

BG(s) submitted by the bidders/vendors and not intended for release, shall be 
extended before their expiry. The letter should normally be sent to the vendor® 
issuing bank around 60 days before expiry of BG(s). A model format of the 
Extension Letter & BG Extension is given at Appendices R1 & R2 respectively. 

FORFEITURE 

EMD of a bidder will be 

forfeited if the bidder 

withdraws or amends its 
bid or impairs or 
derogates from the bid 
in any respect within the 
period of validity of its 
bid. Further, if the 

successful bidder fails to 
furnish the required 
performance security 

within the specified 
period, its EMD shall be 
forfeited. 

Performance Security is to 
be forfeited and credited to 
the account of buyer / 
Central Government in the 

event of a breach of contract 
by the supplier, as defined 
under the terms of the 
relevant contract(s) 

Advance Payment 

Security is to be 
forfeited and credited to 
the account of buyer / 
Central Government in 

the event of a breach of 
contract by the 

supplier, as defined 
under the terms of the 
relevant contract(s). 
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REFUND 

EMD furnished by all 
unsuccessful bidders 

should be returned to 
them without any 

interest whatsoever, at 
the earliest after expiry 
of the final tender 
validity period but not 
later than 30 days after 
conclusion of the 

contract. EMD of the 

successful bidder should 
be returned, without any 
interest whatsoever, 

after receipt of 

performance security as 
per the terms and 
conditions of the 

Contract. 

Performance Security 

should be refunded to the 
supplier without any interest, 
whatsoever, after it duly 
performs and completes the 
contract in all respects but 
not later than 60 days of 
completion of all such 
obligations under the 

contract. 

Advance Payment 

Security should be 
refunded to the supplier 
without any interest, 
whatsoever, after it 
duly performs and 
completes the activity 
as per contract for 
which advance has 

been issued in all 
respects but not later 
than 60 days of 
completion of all such 
obligations under the 

contract. 

INVOCATION, IF 

BG IS NOT 

EXTENDED 

DDO shall ensure that BG(s) not extended are invoked / en-cashed within the 
stipulated time and proceeds are credited to the account of Central Government. 

INVOCATION FOR 

REASONS OTHER 

THAN 

EXTENSION 

FWs shall ensure that in case of invocation / encashment of BG(s) for reasons 
other than extension, prior approval of competent authority has been taken. A 
model format for lodging a claim on a BG to its issuing Bank is given at 

Appendix S. 

MAINTENANCE 

OF BG 

REGISTER 

DDO shall maintain a BG Register as per the format defined. The entries in the 
BG register must be duly initialled by an authorised officer at the places defined 
therein. A model format of BG Register to be prepared is given at Appendix T. 

REVIEW 

PROCEDURE 

a. DDO shall undertake a monthly review of all BG(s) and other related 

instruments expiring within next 3 months and shall forward an extract from the 
BG Register to the FW & FD by the 7 th of every month, detailing therein the 
BGs to expire in the next 3 months along with the list of BG(s) already expired 

and pending for renewal / extension / invocation. 

b. in respect of each entry mentioned on the extract, the FWs shall indicate the 

actions taken or proposed to be taken by mapping the progress of the 

corresponding contracts and inform FD & DDO accordingly. 

CUSTODIAN 

DDO, UIDAI shall be the nodal custodian of all BGs. FWs shall forward the 
original BGs and their extension(s), if any, to the DDO, UIDAI, including those 
already held by them, within 30 days from the date of receipt of BG / release of 
this manual, as the case may be. 
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APPENDIX A: DEFINITIONS 

Word / Abbreviation 

Definition 

AMC / CMC 

Annual / Comprehensive Maintenance Contract 

AON 

Acceptance of Necessity 

ATE 

Advertised Tender Enquiry 

Authority / UID AI 

Unique Identification Authority of India 

BG(s) 

Bank Guarantee(s) 

CNC 

Commercial Negotiation Committee 

CFA 

Competent Financial Authority is an authority duly empowered by the Gol to 
sanction and approve expenditure from public accounts up to a specified limit 
in terms of amount of such expenditure and subject to availability of funds. 
All financial powers are to be exercised by the appropriate CFA. Where 
financial powers have been delegated to more than one authority under the 
same Serial/Head, authority with higher delegated financial powers will 
constitute the Qiext higher CFA6 

Contract 

A proposal or offer when accepted is a promise, a promise and every set of 
promises forming the consideration for each other is an agreement and an 
agreement, if made with free consent of parties competent to contract, for a 
lawful consideration and with a lawful object, is a contract. 

CPPP 

Central Public Procurement Portal 

CST 

Comparative Statement of Tenders 

CVC 

Central Vigilance Commission 

CRV 

Consignment Receipt Vouchers ( may also be termed as GRNs / MRNs i.e. 
Goods / Material Receipt Notes) T Document/s evidencing receipt of goods 

DDG 

Deputy Director General (UIDAI) 

DoFP 

Delegation of Financial Powers (also see Financial Powers) 

DP 

Delivery Period 

DDO 

Drawing & Disbursement Officer 

EAS / Sanction 

Expenditure Angle Sanction. Where the context so warrants, other terms, such as 
the GanctionOGanction of CFAohave also been used in this Manual. 

EMD 

Earnest Money Deposit 

EOI 

Expression of Interest 

DDG(F) 

Deputy Director General (Finance). Where the context so warrants, other terms, 
such as the (financial AdvisorQ (f Aq have also been used in this Manual. 

Delegation of Financial 
Powers 

Financial power is the power to approve expenditure to be incurred for bonafide 
purposes in accordance with the laid down procedure and subject to availability 
of funds. The powers delegated by the Authority to various authorities in the 
Headquarters and other regional offices/ units /establishments under them, are 
specific and cannot be further sub-delegated to any subordinate authority by the 
delegatee. However, on the strict understanding that the sole responsibility rests 
on them, the authorities to which financial powers have been delegated may 
authorize staff officer(s) to sign communications and financial documents on 
their behalf. 
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FD 

Finance Division. Where the context so warrants, other terms, such as the dFDo 
have also been used in this Manual 

FW 

Functional Wings 

GFR 

General Financial Rules, 2005 

LD 

Liquidated Damages 

LPC 

Local Purchase Committee 

LPP 

Last Purchase Price 

NIT 

Notice Inviting Tender 

NOA 

Notification of Award 

OTE 

Open Tender Enquiry 

PAC 

Proprietary Article Certificate 

PAO 

Pay & Accounts Officer, UIDAI 

PBG 

Performance Bank Guarantee 

POV / PEV 

Professional Officers / Experts Valuation 

PM 2014 

Procurement Manual 2014 

Procurement 

Procurement refers to the entire gamut of activities involved in and the 
procedures to be adopted for acquiring goods and services as defined in section 
titled fScopeOof the Manual. 

Purchaser 

The President of India acting through the authority issuing the purchase / supply 
orders or signing the Contracts / Memo of Understanding / Agreements, is the 
Purchaser in all cases of procurement on behalf of the Government of India. 
Where the context so warrants, other terms, such as the dbuyerQ have also been 
used in this Manual. 

QRs 

Qualitative Requirements 

RC 

Rate Contract 

RFP 

Request for Proposal 

RO(s) 

Regional Office (s) of UIDAI 

SoC 

Statement of Case 

STE 

Single Tender Enquiry 

Supplier 

Supplier is the entity, which enters into a contract to supply goods and services. 
The term includes employees, agents, assigns, successors, authorized dealers, 
stockists and distributors of such an entity. Where the context so warrants, other 
terms, such as (VendorO or QellerQ have also been used synonymously in this 
Manual. 

TE 

Tender Enquiry 

TEC 

Technical Evaluation Committee 

Terms and expressions 
not defined in the Manual 

The terms and expressions not defined herein shall have the meaning assigned to 
them, if any, in the Indian Sale of Goods Act 1930, the Indian Contract act 1872, 
the General Clauses Act 1897, or other Indian Statuettes and Government 
Instructions, as amended from time to time. 
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APPENDIX B: General Financial Rules, 2005 

(rules quoted in this manual only are reproduced here) 

Rule 21. Standards of financial propriety: Every officer incurring or authorizing expenditure from public 
moneys should be guided by high standards of financial propriety. Every officer should also enforce financial 
order and strict economy and see that all relevant financial rules and regulations are observed, by his own office 
and by subordinate disbursing officers. Among the principles on which emphasis is generally laid are the 
foil owing:- 

(i) Every officer is expected to exercise the same vigilance in respect of expenditure incurred from public 
moneys as a person of ordinary prudence would exercise in respect of expenditure of his own money. 

(ii) The expenditure should not be prima facie more than the occasion demands. 

(iii) No authority should exercise its powers of sanctioning expenditure to pass an order which will be directly 
or indirectly to its own advantage. 

(iv) Expenditure from public moneys should not be incurred for the benefit of a particular person or a section of 
the people, unless - 

(a) a claim for the amount could be enforced in a Court of Law, or 

(b) the expenditure is in pursuance of a recognized policy or custom. 

(v) The amount of allowances granted to meet expenditure of a particular type should be so regulated that the 
allowances are not on the whole a source of profit to the recipients. 

Rule 90. Capital Expenditure: Significant expenditure incurred with the object of acquiring tangible assets of 
a permanent nature (for use in the organisation and not for sale in the ordinary course of business) or enhancing 
the utility of existing assets, shall broadly be defined as Capital expenditure. Subsequent, charges on 
maintenance, repair, upkeep and working expenses, which are required to maintain the assets in a running order 
as also all other expenses incurred for the day to day running of the organisation, including establishment and 
administrative expenses, shall be classified as Revenue expenditure. Capital and Revenue expenditure shall be 
shown separately in the Accounts. Expenditure on a temporary asset or on grants-in-aid cannot ordinarily be 
considered as a capital expenditure and shall not, except in cases specifically authorised by the President on the 
advice of the Comptroller and Auditor-General of India, be debited to a Capital Head. 

Capital expenditure is generally met from receipts of capital nature, as distinguished from ordinary revenues 
derived from taxes, duties, fees, fines and similar items of current income including extraordinary receipts. It is 
open to the Government to meet capital expenditure from ordinary revenues, provided there are sufficient 
revenue resources to cover this liability. Expenditure of a capital nature, as defined above, shall not be classed 
as Capital expenditure in the Government Accounts unless the classification has been expressly authorised by 
general or special orders of Government. Expenditure of a Capital nature shall be distinguished from Revenue 
expenditure both in the Budget estimates and in Government Accounts. 

Rule 91. Principles for allocation of expenditure between Capital and Revenue : The following are the 
main principles governing the allocation of expenditure between Revenue and Capital:- 

(a) Capital shall bear all charges for the first construction and equipment of a project as well as charges for 
intermediate maintenance of the work while not yet opened for service. It shall also bear charges for such 
further additions and improvements, which enhance the useful life of the asset, as may be sanctioned under 
rules made by competent authority. 

(b) Subject to Clause (c) below, revenue shall bear subsequent charges for maintenance and all working 
expenses. These embrace all expenditure on the working and upkeep of the project and also on renewals and 
replacements and additions, improvements or extensions that are revenue in nature as per rules made by 
Government. 

(c) In the case of works of renewal and replacement, which partake expenditure both of a capital and revenue 
nature, the allocation of expenditure shall be regulated by the broad principle that Revenue should pay or 
provide a fund for the adequate re- placement of all wastage or depreciation of property originally provided out 
of capital grants. Only the cost of genuine improvements, which enhance the useful life of the asset whether 
determined by prescribed rules or formulae, or under special orders of Government, may be debited to Capital. 
Where under special orders of Government, a Depreciation or Renewals Reserve Fund is established for 
renewing assets of any commercial department or undertaking, the distribution of expenditure on renewals and 
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replacements between Capital and the Fund shall be so regulated as to guard against over capitalisation on the 
one hand and excessive withdrawals from the Fund on the other. 

(d) Expenditure on account of reparation of damage caused by extraordinary calamities such as flood, fire, 
earthquake, enemy action, etc., shall be charged to Capital, or to Revenue, or divided between them, depending 
upon whether such expenditure results in creation/acquisition of new assets or whether it is only for restoring 
the condition of the existing assets, as may be determined by Government according to the circumstance of each 
case. 

Rule 137. Fundamental principles of public buying : Every authority delegated with the financial powers of 
procuring goods in public interest shall have the responsibility and accountability to bring efficiency, economy, 
transparency in matters relating to public procurement and for fair and equitable treatment of suppliers and 
promotion of competition in public procurement. The procedure to be followed in making public procurement 
must conform to the following yardsticks :- 

(i) the specifications in terms of quality, type etc., as also quantity of goods to be procured, should be clearly 
spelt out keeping in view the specific needs of the procuring organisations. The specifications so worked out 
should meet the basic needs of the organisation without including superfluous and non-essential features, which 
may result in unwarranted expenditure. Care should also be taken to avoid purchasing quantities in excess of 
requirement to avoid inventory carrying costs; 

(ii) offers should be invited following a fair, transparent and reasonable procedure; 

(iii) the procuring authority should be satisfied that the selected offer adequately meets the requirement in all 
respects; 

(iv) the procuring authority should satisfy itself that the price of the selected offer is reasonable and consistent 
with the quality required; 

(v) at each stage of procurement the concerned procuring authority must place on record, in precise terms, the 
considerations which weighed with it while taking the procurement decision. 

Rule 141. Rate Contract: The Central Purchase Organisation (e.g. DGS&D) shall conclude rate contracts with 
the registered suppliers, for goods and items of standard types, which are identified as common user items and 
are needed on recurring basis by various Central Government Ministries or Departments. Definition of 
Registered suppliers is given in Rule 142 below. The Central Purchase Organisation will furnish and update all 
the relevant details of the rate contracts in its web site. The Ministries or Departments shall follow those rate 
contracts to the maximum extent possible. 

Rule 142. Registration of Suppliers : 

(i) With a view to establishing reliable sources for procurement of goods commonly required for Government 
use, the Central Purchase Organisation (e.g. DGS&D) will prepare and maintain item-wise lists of eligible and 
capable suppliers. Such approved suppliers will be known as reregistered SuppliersO. All Ministries or 
Departments may utilise these lists as and when necessary. Such registered suppliers are prima facie eligible for 
consideration for procurement of goods through Limited Tender Enquiry. They are also ordinarily exempted 
from furnishing bid security along with their bids. A Head of Department may also register suppliers of goods 
which are specifically required by that Department or Office. 

(ii) Credentials, manufacturing capability, quality control systems, past performance, after-sales service, 
financial background etc. of the supplier(s) should be carefully verified before registration. 

(iii) The supplier(s) will be registered for a fixed period (between 1 to 3 years) depending on the nature of the 
goods. At the end of this period, the registered supplier(s) willing to continue with registration are to apply 
afresh for renewal of registration. New supplier(s) may also be considered for registration at any time, provided 
they fulfil all the required conditions. 

(iv) Performance and conduct of every registered supplier is to be watched by the concerned Ministry or 
Department. The registered supplier(s) are liable to be removed from the list of approved suppliers if they fail to 
abide by the terms and conditions of the registration or fail to supply the goods on time or supply substandard 
goods or make any false declaration to any Government agency or for any ground which, in the opinion of the 
Government, is not in public interest. 
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Rule 145. Purchase of goods without quotation : Purchase of goods up to the value of Rs. 15,000/- (Rupees 
Fifteen Thousand) only on each occasion may be made without inviting quotations or bids on the basis of a 
certificate to be recorded by the competent authority in the following format. 

“I, _ # am personally satisfied that these goods purchased are of the requisite quality and 

specification and have been purchased from a reliable supplier at a reasonable price. ” 


Rule 146. Purchase of goods by purchase committee : Purchase of goods costing above Rs. 15,000/- (Rupees 
Fifteen Thousand) only and up to Rs. 1,00,000/- (Rupees One lakh) only on each occasion may be made on the 
recommendations of a duly constituted Local Purchase Committee consisting of three members of an 
appropriate level as decided by the Head of the Department. The committee will survey the market to ascertain 
the reasonableness of rate, quality and specifications and identify the appropriate supplier. Before 
recommending placement of the purchase order, the members of the committee will jointly record a certificate 
as under. 

“Certified that we _, members of the purchase committee are jointly and individually 

satisfied that the goods recommended for purchase are of the requisite specification and quality, priced at the 
prevailing market rate and the supplier recommended is reliable and competent to supply the goods in 
question ” 


Rule 147. Purchase of goods directly under rate contract: 

(1) In case a Ministry or Department directly procures Central Purchase Organisation (e.g. DGS&D) rate 
contracted goods from suppliers, the prices to be paid for such goods shall not exceed those stipulated in the 
rate contract and the other salient terms and conditions of the purchase should be in line with those specified in 
the rate contract. The Ministry or Department shall make its own arrangement for inspection and testing of such 
goods where required. 

(2) The Central Purchase Organisation (e.g. DGS&D) should host the specifications, prices and other salient 
details of different rate contracted items, appropriately updated, on the web site for use by the procuring 
Ministry or Department. 


Rule 150. Advertised Tender Enquiry. 

(i) Subject to exceptions incorporated under Rules 151 and 154, invitation to tenders by advertisement should 
be used for procurement of goods of estimated value Rs. 25 lakh (Rupees Twenty Five Lakh) and above. 
Advertisement in such case should be given in the Indian Trade Journal (ITJ), published by the Director 
General of Commercial Intelligence and Statistics, Kolkata and at least in one national daily having wide 
circulation. 

(ii) An organisation having its own web site should also publish all its advertised tender enquiries on the web 
site and provide a link with NIC web site. It should also give its web site address in the advertisements in ITJ 
and newspapers. 

(iii) The organisation should also post the complete bidding document in its web site and permit prospective 
bidders to make use of the document downloaded from the web site. If such a downloaded bidding document is 
priced, there should be clear instructions for the bidder to pay the amount by demand draft etc. along with the 
bid. 

(iv) Where the Ministry or Department feels that the goods of the required quality, specifications etc., may not 
be available in the country and it is necessary to also look for suitable competitive offers from abroad, the 
Ministry or Department may send copies of the tender notice to the Indian embassies abroad as well as to the 
foreign embassies in India. The selection of the embassies will depend on the possibility of availability of the 
required goods in such countries. 

(v) Ordinarily, the minimum time to be allowed for submission of bids should be three weeks from the date of 
publication of the tender notice or availability of the bidding document for sale, whichever is later. Where the 
department also contemplates obtaining bids from abroad, the minimum period should be kept as four weeks for 
both domestic and foreign bidders. 
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Rule 151. Limited Tender Enquiry. 

(i) This method may be adopted when estimated value of the goods to be procured is up to Rupees Twenty five 
Lakhs. Copies of the bidding document should be sent directly by speed post/registered post/courier/e-mail to 
firms which are borne on the list of registered suppliers for the goods in question as referred under Rule 142 
above. The number of supplier firms in Limited Tender Enquiry should be more than three. Further, web based 
publicity should be given for limited tenders. Efforts should be made to identify a higher number of approved 
suppliers to obtain more responsive bids on competitive basis. 

(ii) Purchase through Limited Tender Enquiry may be adopted even where the estimated value of the 
procurement is more than Rupees twenty-five Lakhs, in the following circumstances. 

(a) The competent authority in the Ministry or Department certifies that the demand is urgent and any additional 
expenditure involved by not procuring through advertised tender enquiry is justified in view of urgency. The 
Ministry or Department should also put on record the nature of the urgency and reasons why the procurement 
could not be anticipated. 

(b) There are sufficient reasons, to be recorded in writing by the competent authority, indicating that it will not 
be in public interest to procure the goods through advertised tender enquiry. 

(c) The sources of supply are definitely known and possibility of fresh source(s) beyond those being tapped, is 
remote. 

(iii) Sufficient time should be allowed for submission of bids in Limited Tender Enquiry cases. 


Rule 152. Two bid system : For purchasing high value plant, machinery etc. of a complex and technical nature, 
bids may be obtained in two parts as under :- 

(a) Technical bid consisting of all technical details along with commercial terms and conditions; and 

(b) Financial bid indicating item-wise price for the items mentioned in the technical bid. 

The technical bid and the financial bid should be sealed by the bidder in separate covers duly superscribed and 
both these sealed covers are to be put in a bigger cover which should also be sealed and duly superscribed. The 
technical bids are to be opened by the purchasing Ministry or Department at the first instance and evaluated by 
a competent committee or authority. At the second stage financial bids of only the technically acceptable offers 
should be opened for further evaluation and ranking before awarding the contract. 


Rule 154. Single Tender Enquiry. 

Procurement from a single source may be resorted to in the following circumstances : 

(i) It is in the knowledge of the user department that only a particular firm is the manufacturer of the required 
goods. 

(ii) In a case of emergency, the required goods are necessarily to be purchased from a particular source and the 
reason for such decision is to be recorded and approval of competent authority obtained. 

(iii) For standardisation of machinery or spare parts to be compatible to the existing sets of equipment (on the 
advice of a competent technical expert and approved by the competent authority), the required item is to be 
purchased only from a selected firm. 

Note : Proprietary Article Certificate in the following form is to be provided by the Ministry/Department before 
procuring the goods from a single source under the provision of sub Rule 154 (i) and 154 (iii) as applicable. 

Q(i) The indented goods are manufactured by M/se e ..e e e e e e .. 

(ii) No other make or model is acceptable for the following reasons : 

eeeeeeeee. 

eeeeeeeee. 

(iii) Concurrence of finance wing to the proposal vide : e e e e e e .. 

(iv) Approval of the competent authority vide :eeeeeeeee 


(Signature with date and designation of the procuring officer)0 
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Rule 157. Bid Security : 

(i) To safeguard against a biddera withdrawing or altering its bid during the bid validity period in the case of 
advertised or limited tender enquiry, Bid Security (also known as Earnest Money) is to be obtained from the 
bidders except those who are registered with the Central Purchase Organisation, National Small Industries 
Corporation (NSIC) or the concerned Ministry or Department. The bidders should be asked to furnish bid 
security along with their bids. Amount of bid security should ordinarily range between two percent to five 
percent of the estimated value of the goods to be procured. The exact amount of bid security, should be 
determined accordingly by the Ministry or Department and indicated in the bidding documents. The bid security 
may be accepted in the form of Account Payee Demand Draft, Fixed Deposit Receipt, BankerG Cheque or 
Bank Guarantee from any of the commercial banks in an acceptable form, safeguarding the purchaser^ interest 
in all respects. The bid security is normally to remain valid for a period of forty-five days beyond the final bid 
validity period. 

(ii) Bid securities of the unsuccessful bidders should be returned to them at the earliest after expiry of the final 
bid validity and latest on or before the 30th day after the award of the contract. 


Rule 158. Performance Security: 

(i) To ensure due performance of the contract, Performance Security is to be obtained from the successful 
bidder awarded the contract. Performance Security is to be obtained from every successful bidder irrespective 
of its registration status etc. Performance Security should be for an amount of five to ten per cent, of the value 
of the contract. Performance Security may be furnished in the form of an Account payee Demand Draft, Fixed 
Deposit Receipt from a Commercial bank, Bank Guarantee from a Commercial bank in an acceptable form 
safeguarding the purchaser^ interest in all respects. 

(ii) Performance Security should remain valid for a period of sixty days beyond the date of completion of all 
contractual obligations of the supplier including warranty obligations. 

(iii) Bid security should be refunded to the successful bidder on receipt of Performance Security. 


Rule 159. 

(1) Advance payment to supplier : Ordinarily, payments for services rendered or supplies made should be 
released only after the services have been rendered or supplies made. However, it may become necessary to 
make advance payments in the following types of cases :- 

(i) Advance payment demanded by firms holding maintenance contracts for servicing of Air-conditioners, 
computers, other costly equipment, etc. 

(ii) Advance payment demanded by firms against fabrication contracts, turn-key contracts etc. Such advance 
payments should not exceed the following limits : 

(1) Thirty per cent, of the contract value to private firms; 

(ii) Forty per cent, of the contract value to a State or Central Government agency or a PSU; or 

(iii) in case of maintenance contract, the amount should not exceed the amount payable for six months under the 
contract. 

Ministries or Departments of the Central Government may relax, in consultation with their Financial Advisers 
concerned, the ceilings (including percentage laid down for advance payment for private firms) mentioned 
above. While making any advance payment as above, adequate safeguards in the form of bank guarantee etc. 
should be obtained from the firm. 

(2) Part payment to suppliers : Depending on the terms of delivery incorporated in a contract, part payment to 
the supplier may be released after it dispatches the goods from its premises in terms of the contract. 


Rule 160. Transparency, competition, fairness and elimination of arbitrariness in the procurement 
process : All government purchases should be made in a transparent, competitive and fair manner, to secure 
best value for money. This will also enable the prospective bidders to formulate and send their competitive bids 
with confidence. Some of the measures for ensuring the above are as follows :- 
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(i) the text of the bidding document should be self-contained and comprehensive without any ambiguities. All 
essential information, which a bidder needs for sending responsive bid, should be clearly spelt out in the 
bidding document in simple language. The bidding document should contain, inter alia; 

(a) the criteria for eligibility and qualifications to be met by the bidders such as minimum level of experience, 
past performance, technical capability, manufacturing facilities and financial position etc.; 

(b) eligibility criteria for goods indicating any legal restrictions or conditions about the origin of goods etc. 
which may be required to be met by the successful bidder; 

(c) the procedure as well as date, time and place for sending the bids; 

(d) date, time and place of opening of the bid; 

(e) terms of delivery; 

(f) special terms affecting performance, if any. 

(ii) Suitable provision should be kept in the bidding document to enable a bidder to question the bidding 
conditions, bidding process and/ or rejection of its bid. 

(iii) Suitable provision for settlement of disputes, if any, emanating from the resultant contract, should be kept 
in the bidding document. 

(iv) The bidding document should indicate clearly that the resultant contract will be interpreted under Indian 
Laws. 

(v) The bidders should be given reasonable time to send their bids. 

(vi) The bids should be opened in public and authorised representatives of the bidders should be permitted to 
attend the bid opening. 

(vii) The specifications of the required goods should be clearly stated without any ambiguity so that the 
prospective bidders can send meaningful bids. In order to attract sufficient number of bidders, the specification 
should be broad based to the extent feasible. Efforts should also be made to use standard specifications which 
are widely known to the industry. 

(viii) Pre-bid conference : In case of turn-key contract(s) or contract(s) of special nature for procurement of 
sophisticated and costly equipment, a suitable provision is to be kept in the bidding documents for a pre-bid 
conference for clarifying issues and clearing doubts, if any, about the specifications and other allied technical 
details of the plant, equipment and machinery projected in the bidding document. The date, time and place of 
pre-bid conference should be indicated in the bidding document. This date should be sufficiently ahead of bid 
opening date. 

(ix) Criteria for determining responsiveness of bids, criteria as well as factors to be taken into account for 
evaluating the bids on a common platform and the criteria for awarding the contract to the responsive lowest 
bidder should be clearly indicated in the bidding documents. 

(x) Bids received should be evaluated in terms of the conditions already incorporated in the bidding documents; 
no new condition which was not incorporated in the bidding documents should be brought in for evaluation of 
the bids. Determination of a bidQ responsiveness should be based on the contents of the bid itself without 
recourse to extrinsic evidence. 

(xi) Bidders should not be permitted to alter or modify their bids after expiry of the deadline for receipt of bids. 

(xii) Negotiation with bidders after bid opening must be severely discouraged. However, in exceptional 
circumstances where price negotiation against an ad-hoc procurement is necessary due to some unavoidable 
circumstances, the same may be resorted to only with the lowest evaluated responsive bidder. 

(xiii) In the rate contract system, where a number of firms are brought on rate contract for the same item, 
negotiation as well as counter offering of rates are permitted with the bidders in view and for this purpose 
special permission has been given to the Directorate General of Supplies and Disposals (DGS&D). 

(xiv) Contract should ordinarily be awarded to the lowest evaluated bidder whose bid has been found to be 
responsive and who is eligible and qualified to perform the contract satisfactorily as per the terms and 
conditions incorporated in the corresponding bidding document. However, where the lowest acceptable bidder 
against ad-hoc requirement is not in a position to supply the full quantity required, the remaining quantity, as far 
as possible, be ordered from the next higher responsive bidder at the rates offered by the lowest responsive 
bidder. 

(xv) The name of the successful bidder awarded the contract should be mentioned in the Ministries or 
Departments notice board or bulletin or web site. 


Page 10 of 61 




Procurement Manual 



Rule 161. Efficiency, Economy and Accountability in Public Procurement System : Public procurement 
procedure is also to ensure efficiency, economy and accountability in the system. To achieve the same, the 
following keys areas should be addressed :- 

(i) To reduce delay, appropriate time frame for each stage of procurement should be prescribed by the Ministry 
or Department. Such a time frame will also make the concerned purchase officials more alert. 

(ii) To minimise the time needed for decision making and placement of contract, every Ministry/Department, 
with the approval of the competent authority, may delegate, wherever necessary, appropriate purchasing powers 
to the lower functionaries. 

(iii) The Ministries or Departments should ensure placement of contract within the original validity of the bids. 
Extension of bid validity must be discouraged and resorted to only in exceptional circumstances. 

(iv) The Central Purchase Organisation (e.g. DGS&D) should bring into the rate contract system more and more 
common user items which are frequently needed in bulk by various Central Government departments. The 
Central Purchase Organisation (e.g. DGS&D) should also ensure that the rate contracts remain available 
without any break. 

Rule 176. Consultancy by nomination : Under some special circumstances, it may become necessary to select 
a particular consultant where adequate justification is available for such single-source selection in the context of 
the overall interest of the Ministry or Department. Full justification for single source selection should be 
recorded in the file and approval of the competent authority obtained before resorting to such single-source 
selection. 

Rule 184. Outsourcing by Choice : Should it become necessary, in an exceptional situation to outsource a job 
to a specifically chosen contractor, the Competent Authority in the Ministry or Department may do so in 
consultation with the Financial Adviser. In such cases the detailed justification, the circumstances leading to the 
outsourcing by choice and the special interest or purpose it shall serve shall form an integral part of the 
proposal. 

Rule 203. 

(1) All contracts shall be made by an authority empowered to do so by or under the orders of the President in 
terms of Article 299 (1) of the Constitution of India. 

(2) All the contracts and assurances of property made in the exercise of the executive power of the Union shall 
be executed on behalf of the President. The words nfor and on behalf of the President of IndiaO should follow 
the designation appended below the signature of the officer authorized in this behalf. 

Note 1: The various classes of contracts and assurances of property, which may be executed by different 
authorities, are specified in the Notifications issued by the Ministry of Law from time to time. 

Note 2 : The powers of various authorities, the conditions under which such powers should be exercised and 
the general procedure prescribed with regard to various classes of contracts and assurances of property are 
laid down in Rule 21 of the Delegation of Financial Powers Rules, 1978. 

Rule 204. General principles for contract : The following general principles should be observed while 
entering into contracts: 

(i) The terms of contract must be precise, definite and without any ambiguities. The terms should not involve an 
uncertain or indefinite liability, except in the case of a cost plus contract or where there is a price variation 
clause in the contract. 

(ii) Standard forms of contracts should be adopted wherever possible, with such modifications as are considered 
necessary in respect of individual contracts. The modifications should be carried out only after obtaining 
financial and legal advice. 

(i) In cases where standard forms of contracts are not used, legal and financial advice should be taken in 
drafting the clauses in the contract. 

(iv) (a) A Ministry or Department may, at its discretion, make purchases of value up to Rupees one lakh by 
issuing purchase orders containing basic terms and conditions: 

(b) In respect of Works Contracts, or Contracts for purchases valued between Rupees one lakh to Rupees ten 
lakhs, where tender documents include the General Conditions of Contract (GCC), Special Conditions of 
Contract (SCC) and scope of work, the letter of acceptance will result in a binding contract. 
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(c) In respect of contracts for works with estimated value of Rupees ten lakhs or above or for purchase above 
Rupees ten lakhs, a Contract document should be executed, with all necessary clauses to make it a self- 
contained contract. If however, these are preceded by Invitation to Tender, accompanied by GCC and SCC, 
with full details of scope and specifications, a simple one page contract can be entered into by attaching copies 
of the GCC and SCC, and details of scope and specifications, Offer of the Tenderer and Letter of Acceptance. 

(d) Contract document should be invariably executed in cases of turnkey works or agreements for maintenance 
of equipment, provision of services etc. 

(v) No work of any kind should be commenced without proper execution of an agreement as given in the 
foregoing provisions. 

(vi) Contract document, where necessary, should be executed within 21 days of the issue of letter of acceptance. 
Non-fulfilment of this condition of executing a contract by the Contractor or Supplier would constitute 
sufficient ground for annulment of the award and forfeiture of Earnest Money Deposit. 

(vii) Cost plus contracts should ordinarily be avoided. Where such contracts become unavoidable, full 
justification should be recorded before entering into the contract. Where supplies or special work covered by 
such cost plus contracts have to continue over a long duration, efforts should be made to convert future 
contracts on a firm price basis after allowing a reasonable period to the suppliers/contractors to stabilize their 
production/ execution methods and processes. 

Explanation : A cost plus contract means a contract in which the price payable for supplies or services under 
the contract is determined on the basis of actual cost of production of the supplies or services concerned plus 
profit either at a fixed rate per unit or at a fixed percentage on the actual cost of production. 

(viii) (a) Price Variation Clause can be provided only in long-term contracts, where the delivery period 
extends beyond 18 months. In short-term contracts firm and fixed prices should be provided for. Where a 
price variation clause is provided, the price agreed upon should specify the base level viz, the month and 
year to which the price is linked, to enable variations being calculated with reference to the price levels 
prevailing in that month and year. 

(b) A formula for calculation of the price variations that have taken place between the Base level and the 
Scheduled Delivery Date should be included in this clause. The variations are calculated by using indices 
published by Governments or Chambers of Commerce periodically. An illustrative formula has been 
appended to these rules at Appendix -15 for guidance. 

(c) The Price variation clause should also specify cut off dates for material and labour, as these inputs taper 
off well before the scheduled Delivery Dates. 

(d) The price variation clause should provide for a ceiling on price variations, particularly where escalations 
are involved. It could be a percentage per annum or an overall ceiling or both. The buyer should ensure a 
provision in the contract for benefit of any reduction in the price in terms of the price variation clause being 
passed on to him. 

(e) The clause should also stipulate a minimum percentage of variation of the contract price above which 
price variations will be admissible (e.g. where resultant increase is lower than two per cent, no price 
adjustment will be made in favour of the supplier). 

(f) Where advance or stage payments are made there should be a further stipulation that no price variations 
will be admissible on such portions of the price, after the dates of such payment. 

(g) Where deliveries are accepted beyond the scheduled Delivery Date subject to levy of liquidated damages 
as provided in the Contract, the liquidated damages (if a percentage of the price) will be applicable on the 
price as varied by the operation of the Price variation clause. 

(h) No price variation will be admissible beyond the original Scheduled Delivery Date for defaults on the 
part of the supplier. 

(i) Price variation may be allowed beyond the original Scheduled Delivery Date, by specific alteration of 
that date through an amendment to the contract in cases of Force Majeure or defaults by Government. 

(j) Where contracts are for supply of equipment, goods etc., imported (subject to customs duty and foreign 
exchange fluctuations) and/or locally manufactured (subject to excise duty and other duties and taxes), the 
percentage and element of duties and taxes included in the price should be specifically stated, along with the 
selling rate of foreign exchange element taken into account in the calculation of the price of the imported 
item. 
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The mode of calculation of variations in duties and taxes and Foreign exchange rates and the documents to 
be produced in support of claims for such variations, should also be stipulated in the Contract. 

(k) The clause should also contain the mode and terms of payment of the price variation admissible. 

(ix) Contracts should include provision for payment of all applicable taxes by the contractor or supplier. 

(x) rLumpsumO contracts should not be entered into except in cases of absolute necessity. Where lumpsum 
contracts become unavoidable, full justification should be recorded. The contracting authority should ensure 
that conditions in the lumpsum contract adequately safeguard and protect the interests of the Government. 

(xi) Departmental issue of materials should be avoided as far as possible. Where it is decided to supply 
materials departmentally, a schedule of quantities with the issue rates of such material as are required to execute 
the contract work, should form an essential part of the contract. 

(xii) (a) In contracts where government property is entrusted to a contractor either for use on payment of hire 
charges or for doing further work on such property, specific provision for safeguarding government property 
(including insurance cover) and for recovery of hire charges regularly, should be included in the contracts. 

(b) Provision should be made in the contract for periodical physical verification of the number and the 
physical condition of the items at the contractor^ premises. Results of such verification should be recorded and 
appropriate penal action taken where necessary. 

(xiii) Copies of all contracts and agreements for purchases of the value of Rupees Twenty-five Lakhs and 
above, and of all rate and running contracts entered into by civil departments of the Government other than the 
departments like the Directorate General of Supplies and Disposals for which a special audit procedure exists, 
should be sent to the Audit Officer and /or the Accounts officer as the case may be. 

(xiv) (a) The terms of a contract, including the scope and specification once entered into, should not be 
materially varied. 

(b) Wherever material variation in any of the terms or conditions in a contract becomes unavoidable, the 
financial and other effects involved should be examined and recorded and specific approval of the 

authority competent to approve the revised financial and other commitments obtained, before varying 
the conditions. 

(c) All such changes should be in the form of an amendment to the contract duly signed by all parties to the 
contract. 

(xv) Normally no extensions of the scheduled delivery or completion dates should be granted except where 
events constituting force majeure, as provided in the contract, have occurred or the terms and conditions include 
such a provision for other reasons. Extensions as provided in the contract may be allowed through formal 
amendments to the contract duly signed by parties to the contract. 

(xvi) All contracts shall contain a provision for recovery of liquidated damages for defaults on the part of the 
contractor. 

(xvii) A warranty clause should be incorporated in every contract, requiring the supplier to, without charge, 
repair or rectify defective goods or to replace such goods with similar goods free from defect. Any goods 
repaired or replaced by the supplier shall be delivered at the buyers premises without costs to the buyer. 

(xviii) All contracts for supply of goods should reserve the right of Government to reject goods which do not 
conform to the specifications. 
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APPENDIX C: Delegation of Financial Powers within UIDAI 


Sr 

No 

Components 

Value 

Authority to 
whom 
delegated 

Reference of 
delegation 

1 

Procurement of goods for open and 
limited tender contracts 

Above Rs 20 crores 

Chairperson, 

UIDAI 

(powers of the 
Minister in 
charge) 

Pig Cmn lr A- 
43011/02/2009- 
Adm.l (Vol II) 
of 30 July 2010 

2 

Negotiated or single tender or proprietary 
contracts 

Above Rs 5 crores 

3 

Agreements or contracts for technical 
collaboration and consultancy services 

Above Rs 2 crores 

4 

Procurement of goods for open and 
limited tender contracts 

Upto Rs 20 crore 

DG, UIDAI 
(powers of 
Head of Dept) 

Pig Cmn lr A- 
11016/45/09- 
UIDAI of 30 
November 
2009 

5 

Negotiated or single tender or proprietary 
contracts 

Upto Rs 5 crore 

6 

Agreements or contracts for technical 
collaboration and consultancy services 

Upto Rs 2 crore 

7 

Re-appropriation of funds upto 10% of 
the original budget provision for either of 
the Primary units of appropriation or 
subhead (i.e primary unit or subhead 
from which the funds are being re- 
appropriated or the primary unit or sub 
head to which the funds are to be re- 
appropriated, whichever is less). 

This is subject to compliance with other 
relevant instructions contained in the 
Delegation of Financial Powers Rules. 


8 

Repair works costing upto Rs 30 lakhs- 
can be directly executed. 

Repair works costing above Rs 30 lakhs 
and original works of any value - can be 
assigned to any Public Works 
Organisation defined in Rule 126 (2) of 
GFRs. 

(These powers are subject to observance 
of due procedure laid down in Chapter 5 
of GFRs ) 


DG, UIDAI 
(powers of 
Head of Dept) 


9 

Contingent Expenditure (Recurring) 

Full powers in r/o 
Stationery, Electricity, 
Water, Postal and 
telephone charges, 

Petrol, Rent Rates and 
Taxes, Travelling, 

Local conveyance and 
other day to day office 
expenses. 

For other items as per 
existing delegation. 

Head of Office 
at UIDAI 
Hqrs / 

Head of Dept 
at ROs 

UIDAI lr A- 
11016/45/2009- 
UIDAI dt 1 Feb 
2010 
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10 

Contingent Expenditure (Non recurring) 
(includes purchase of office eqpt like 
computers, photocopier, fax machines 
etc) 

As per existing 
delegation 

Head of Dept 
at ROs 


11 

Miscellaneous expenditure (as per 
Schedule VI of DFPR) 

As per existing 
delegation 

Head of Dept 
at ROs 

12 

Project related and contingent 

expenditure 

Rs 5 lakhs on each 
occasion 

(enhanced to Rs 20 
lakhs for Project 
related exp) 

DDG (Tech 
Center) 

G-14011/8/09- 
UIDAI dt 22 
Dec 2010 and 
subsequent 
orders. 


APPENDIX D: TIME FRAME FOR PROCUREMENT: 


Sr. 

No. 

Activity 

Under Single Bid 

Under Two Bid 

RECEIPT OF INDENT 

1 

Vetting and Registration of Indent 

1 week 

1 week 

2 

Vendor Selection and preparation of RFP 

1 week 

1 week 

3 

IFAa concurrence, CFAa approval and floating of 
RFP 

2 weeks 

2 weeks 

PROCUREMENT ACTION 

4 

Time allowed for submission of offers 

* may vary as per the requirement 

1 to 3 
weeks* 

1 to 3 
weeks* 

5 

Opening of technical bid and technical evaluation 
by TEC 

NA 

3 

weeks 

5A 

Opening of commercial bids, preparation of CST 
and vetting etc. 

2 weeks 

2 weeks 

6 

Submission of proposal for procurement or making 
counter offer or for holding negotiations with the 
concurrence of the IFA and approval of the proposal 
by the CFA 

2 weeks 

2 weeks 

7 

Preparation of brief for the CNC, issuing notice for 
the CNC and actual conduct of CNC meeting 

4 weeks 

4 weeks 

8 

Preparation of the minutes of the CNC meeting and 
obtaining of signatures of the members/chairman of 
the CNC 

1 week 

1 week 

9 

IFAa concurrence and CFAa approval of the 
purchase proposal 

2 weeks 

2 weeks 

10 

Preparation and dispatch of the Supply 
Order/signing of the contract 

1 week 

1 week 

TOTAL 

17 to 19 
weeks 

20 to 23 
weeks 
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APPENDIX E: COST OF TENDER DOCUMENT: 

Tender sets in respect of Advertised (Open) Tender Enquiry will be sold on payment of the prescribed price 
given below: 

Estimated value of the Tender Price of the Tender set (Rs) 

1 Upto Rs 50 lakhs 100 

2 More than Rs 50 lakhs but upto Rs lcrore 250 

3 More than Rs 1 crore but upto Rs 5 crores 500 

4 More than Rs 5 crores 1,000 


APPENDIX F: FORMAT FOR THE STATEMENT OF CASE (SOC): 


1. 

Unit/ Division/ Office initiating the SoC 


2. 

Name of the item(s) / services being procured 

Category [Establishment/ Assist to Registrar/ IT / Logistics / Tech Ops. / 
AEA / UBCC/ Off. Bldgs./ Mach. & Equip. / Any other (to be specified)] 


3. 

Justification for procurement 

a. Authority, if any, under which the proposal is being initiated T 

Rules / Orders, Instructions, etc. to be quoted 



b. Information to be provided: 

i. Which item was serving the purpose till the date? 

ii. How the present proposal will serve the purpose? 



c. Broad purpose/s of items being procured 



d. Detailed Justification from user 
i. Category of proposal - 

AFresh Purchase / Up gradation / Replacement / Maintenance / 
Repair / Any other (to be specified) 



ii. In case of a fresh purchase: 

AHow was the purpose being served till date? 

Awhy it canQ be served with up-gradation of the existing items? 



iii. In case of up-gradation: 

ADetails of original purchase viz., year, cost, quantity, residual 
life left, residual life after upgradation, etc. 

AConfirmation that issues of standardization and compatibility 
have been taken care of 



iv. In case of replacement: 

Awhat will be done with the items being replaced? 

ADetails of proposal for disposal of existing items (BER 
certificate, etc. to be enclosed) 

APossibility of buy-back or otherwise, along with reasons 


4. 

Quantity 

(a) Basis for working out the quantity against each item T (formula, 
methodology, etc.) 



(b) Details like authorized holdings, existing holdings 
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(c) Calculation sheets / PR documents to be enclosed with the SOC 
(Net Quantity to be shown in Annexure A) 



(d) Proposed distribution of items being bought with justification. 


5. 

Estimated cost of proposal T various elements of cost, such as the basic 
cost, taxes, transportation cost, training cost, AMC, etc., should be shown 
separately and the grand total should also be indicated) 

Basis for working out the estimated cost of proposal to be indicated as 
follows: 



(a) Last Purchase Price T Year, Escalation factor, source, quantity to 
be mentioned. 



(b) Budgetary quotes T Source, period, etc. to be mentioned along 
with copy of budgetary quotes. 



(c) Market Intelligence I Source, period, etc. to be mentioned along 
with relevant enclosures. 



(d) Rates obtained from other Organizations T Source, period, 
quantity, etc. to be mentioned along with relevant enclosures. 



(e) Professional Evaluation V Detailed reasoning and inputs used to be 
enclosed. 



(f) Any other method adopted (to be specified and explained, along 
with the reasons). 


6. 

Details of the last purchase 

(a) The Quantity and dates on which similar items were procured in 
last one year. 



(b) If it is a recurring item, the total period for which the items are 
being procured. 



(c) The mode of tendering in respect of last purchase. 



(d) The source of last purchase. 

(e) Any other relevant information. 


7. 

Availability of funds 

(a) Is it included in the Budgeted Expenditure Plan (if applicable)? 



(b) If yes, relevant communication/ details to be quoted. 



(c) Major Head, Minor Head, Sub Head and Detailed Head under 
which expenditure in respect of the instant proposal is to be 
booked. 



(d) Code Head, as mentioned in Budget 



(e) Fund Availability certificate as per format given in Annexure B. 



(f) Name of the paying agency. 


8. 

Competent Financial Authority 

Name/level of the CFA under whom the proposal falls. 


9. 

Mode of Tendering 

(a) OTE/ATE V Mention the websites and newspapers in which the 
advertisement is proposed to be published. (Draft advertisement to 
be enclosed) 



(b) LTE l Mention the reasons for LTE if value of the proposal is 
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more than Rs 25 lakhs. (The list of vendors for LTE and reasons 
for including them to be enclosed) 



(c) PAC tendering I Enclose draft PAC certificate along with detailed 
justification for PAC tendering. 



(d) STE T Mention the grounds of urgency / Operation reasons / 
technical requirements, etc. on which STE is being proposed. 



(e) Rate Contract T Enclose copy of relevant RC under which the 
items are being proposed to be bought. 


10. 

Draft RFP 

(a) Draft RFP to be enclosed. 



(b) Special conditions applicable to the proposal, which have been 
proposed in draft RFP, to be highlighted in the SOC 



( _ ) 

Officer initiating the proposal 

(Note: This is only an indicative format. Information may be provided as per this format, to the extent feasible. 
If required, additional information may also be provided.) 


Annexure ‘A’ 


Format for Quantity and Cost of proposal 


1 

2 

3 

4 

5 

6 7 

8 

9 

10 

SI 

No 

Name of 

items 

Qty 

LPP 

POV/ 

PEV 

Market Rates of 

survey other Org 

Budgetary 

quotes 

Estimated 

cost 

Total 

cost 

3X9 




















Basic cost = 
Taxes, etc. = 
Transportation = 


Note 1 .Values in columns 4 to 9 are to be mentioned in terms of rate per unit 

2. Value to be indicated in column 9 is to be derived by suitable analysis of rates as mentioned in 
columns 4 to 8 
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Annexure ‘B’ 


Format for Certificate regarding availability of funds 


a. 

Code head under which the expenditure is proposed 


b. 

Total allocation under the code head 


c. 

Cash outgo during the current financial year on account of committed 
liability carried forwarded from the previous year 


d. 

Balance available for fresh commitments in current financial year (b-c) 


e. 

Cash outgo on account of the commitments already made during the current 
financial year based on schedule of delivery and payment terms in the 
supply orders / contracts 


f. 

Net balance available for further concurrence (d-e) 



APPENDIX G: FORMAT FOR ISSUING SANCTIONS: 

Title of Sanction_ 

1. Broad purpose of sanction. 

2. Govt Authority or Schedule / Sub-Schedule/ DoFP under which the sanction / order is being issued 

3. Name of the item/items. 

4. Quantum of item/items being sanctioned. 

5. Value of sanction - both per unit and total. 

6. Major Head, Minor Head, Sub Head and Detailed Head under which booking will be done. 

7. Validity of Sanction (period / dates) 

8. Name of paying agency. 

9. Approval of CFA given vide Note number_dated_in File number_. 

10. Whether being issued under inherent powers or with concurrence of FA. 

11. Financial Concurrence (FC) Number allotted by FA. 

12. Communication of sanction being signed by the undersigned under powers delegated by CFA to 

sign such financial documents vide CFA& letter number_dated_. 


Signature/s with name & 
designation 

Serial Number of 
Sanction 

Date of Issue 

File Number 






APPENDIX H: DOCUMENTS TO BE SUBMITTED FOR AUDIT 

(i) Ink singed copy of the Supply Order/Contract Agreement/ Accepted Tender (AT) Note 

(ii) An ink-signed copy of sanction of the CFA indicating FC Number and date of FAQ concurrence, 
where applicable 

(iii) A copy of the techno-commercial evaluation and rejection details, if any, in case of two bid system 

(iv) A copy of the Comparative Statement of Tenders (CST) with price bids 

(v) A copy of TEC/CNC proceedings, if held 

(vi) PAC certificate/OEMa Certificate/ any other certificate that may be peculiar to the procurement 

(vii) Specimen signatures of sanctioning and countersigning authorities 
(viii) VAT/CST/Service Tax Registration No./PAN No. 

Note : 

1. The budget allotment letter(s) conveying allocation of funds under the concerned code-heads of expenditure 
are required to be sent as and when the allocations are made. 

2. In case documents listed above are not sent in advance to the audit authority, they may be called for by such 
authority at the time ofpayment of bills/post audit, where applicable. 
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APPENDIX I: DOCUMENTS TO BE SUBMITTED FOR PAYMENT 

(i) An ink-singed copy of the Contingent Bill/Sellera Bill 

(ii) An ink-signed copy of the Commercial Invoice 

(iii) A copy of the Supply Order with FC No. and date of FAa concurrence, where required under DoFP 

(iv) CRVs in duplicate 

(v) Inspection Note 

(vi) Relevant documents/proof of payment in support of the claim for statutory and other levies, such as Service 
Tax challan, VAT challan, Excise duty challan, Customs duty clearance certificate, Octroi receipt, proof of 
payment for EPF / ESIC contribution with nominal roll of beneficiaries, etc., as applicable 

(vii) Exemption certificate for Excise duty/Customs duty, if applicable 
(viii) Bank Guarantee for advance, if any 

(ix) Guarantee/Warranty Certificate 

(x) Performance Bank Guarantee/Indemnity bond, where applicable 

(xi) DP extension letter with CFAa sanction, FC No. and date of FAa concurrence, where required, indicating 
whether extension is with or without LD 

(xii) Details for electronic payment as per mandate form, if these details are not incorporated in the Supply 
Order/Contract or in case there is a change in these details 

(xiii) User acceptance 

(xiv) Any other document/certificate that may be provided for in the supply order/contract. 

[Note: Depending upon the peculiarities of the procurement being undertaken, documents may be selected from 
the list given above and specified in the RFP and supply order/contract.] 


APPENDIX J: GUIDELINES FOR LEVYING OF LD: 


The following guidelines would be followed while taking decision for imposition of LD: 


Sr. 

No. 

Circumstances 

Quantum of LD 

1 

Delay in supplies resulted in actual/ demonstrable 
monetary loss and the Supplier was responsible for the 
delay 

Full LD as per the provisions of PM 2014, 
subject to the LD not exceeding 10% of 
the value of the contract 

2 

Delay in supplies resulted in actual/ demonstrable 
monetary loss but the Supplier was responsible only 
for a part of the delay and the remaining part was 
beyond Suppliera control 

Full LD for the period for which the 
Supplier was responsible for the delay, 
subject to the LD not exceeding 10% of 
the value of the contract 

3 

Delay in supplies resulted in actual/ demonstrable 
monetary loss but the entire delay was due to 
circumstances beyond the control of the Supplier 

LD may be waived in full 

4 

Actual/demonstrable monetary loss cannot be certified 
and no inconvenience has been caused 

LD may be waived in full 


APPENDIX K: STANDARD ARBITRATION CLAUSE: 

(i) All disputes or differences arising out of or in connection with the present contract including the one 
connected with the validity of the present contract or any part thereof, should be settled by bilateral 
discussions. 

(ii) Any dispute, disagreement of question arising out of or relating to this contract or relating to 
construction or performance (except as to any matter the decision or determination whereof is provided for by 
these conditions),which cannot be settled amicably, shall within sixty (60) days or such longer period as may 
be mutually agreed upon, from the date on which either party informs the other in writing by a notice that such 
dispute, disagreement or question exists, will be referred to a sole Arbitrator. 

(iii) Within sixty (60) days of the receipt of the said notice, an arbitrator shall be nominated in writing by the 
authority agreed upon by the parties. 

(iv) The sole Arbitrator shall have its seat in New Delhi or such other place in India as may be mutually agreed 
to between the parties. 
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(v) The arbitration proceedings shall be conducted under the Indian Arbitration and Conciliation Act, 1996 and 
the award of such Arbitration Tribunal shall be enforceable in Indian Courts only. 

(vi) Each party shall bear its own cost of preparing and presenting its case. The cost of arbitration including the 
fees and expenses shall be shared equally by the parties, unless otherwise awarded by the sole arbitrator. 

(vii) The parties shall continue to perform their respective obligations under this contract during the pendency 
of the arbitration proceedings except in so far as such obligations are the subject matter of the said arbitration 
proceedings. 

(Note - In the event of the parties deciding to refer the dispute/s for adjudication to an Arbitral Tribunal then 
one arbitrator each will be appointed by each party and the case will be referred to the Indian Council of 
Arbitration (ICADR) for nomination of the third arbitrator. The fees of the arbitrator appointed by the parties 
shall be borne by each party and the fees of the third arbitrator, if appointed, shall be equally shared by the 
buyer and seller). 

APPENDIX L: STANDARD FORCE MAJEURE CLAUSE: 

a. Neither party shall bear responsibility for the complete or partial nonperformance of any of its obligations 
(except for failure to pay any sum which has become due on account of receipt of goods under the provisions of 
the present contract), if the non-performance results from such Force Majeure circumstances as Flood, Fire, 
Earth Quake and other acts of God as well as War, Military operation, blockade, Acts or Actions of State 
Authorities or any other circumstances beyond the parties control that have arisen after the conclusion of the 
present contract. 

b. In such circumstances the time stipulated for the performance of an obligation under the present contract is 
extended correspondingly for the period of time of action of these circumstances and their consequences. 

c. The party for which it becomes impossible to meet obligations under this contract due to Force Majeure 
conditions, is to notify in written form the other party of the beginning and cessation of the above circumstances 
immediately, but in any case not later than 10 (Ten) days from the moment of their beginning. 

d. Certificate of a Chamber of Commerce (Commerce and Industry) or other competent authority or 
organization of the respective country shall be a sufficient proof of commencement and cessation of the above 
circumstances. 

e. If the impossibility of complete or partial performance of an obligation lasts for more than 6 (six) months, 
either party hereto reserves the right to terminate the contract totally or partially upon giving prior written 
notice of 30 (thirty) days to the other party of the intention to terminate without any liability other than 
reimbursement on the terms provided in the agreement for the goods received. 

APPENDIX M: STANDARD RISK & EXPENSE PURCHASE CLAUSE: 

1. Should the stores or any installment thereof not be delivered within the time or times specified in the contract 
documents, or if defective delivery is made in respect of the stores or any installment thereof, the Buyer shall 
after granting the Seller 45 days to cure the breach, be at liberty, without prejudice to the right to recover 
liquidated damages as a remedy for breach of contract, to declare the contract as cancelled either wholly or to 
the extent of such default. 

2. Should the stores or any installment thereof not perform in accordance with the specifications / parameters 
provided by the SELLER during the check proof tests to be done in the BUYER® country, the BUYER shall be 
at liberty, without prejudice to any other remedies for breach of contract, to cancel the contract wholly or to the 
extent of such default. 

3. In case of a material breach that was not remedied within 45 days, the BUYER shall, having given the right 
of first refusal to the SELLER be at liberty to purchase, manufacture, or procure from any other source as he 
thinks fit, other stores of the same or similar description to make good:- 

a. Such default. 

b. In the event of the contract being wholly determined the balance of the stores remaining to be delivered 
thereunder. 

4. Any excess of the purchase price, cost of manufacturer, or value of any stores procured from any other 

supplier as the case may be, over the contract price appropriate to such default or balance shall be recoverable 
from the SELLER. Such recoveries shall not exceed_% of the value of the contract. 6 
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APPENDIX N: BANK GUARANTEE FOR EMD 

(To be Stamped in accordance with Stamp Act) 

The non-judicial stamp paper should be in the name of issuing Bank 
Ref.. Bank Guarantee No. 

Date. 


To 

Unique Identification Authority of India 
Planning Commission, Government of India 
3 rd Floor, Tower II, Jeevan Bharati Building, 

Connaught Circus, New Delhi-110001 
Dear Sirs, 

1. In accordance with Invitation to Bid under your Specification Noe eeeeeeee. 
M/se e e e e e e .. having its Registered/Head Office ate eeeeeeee (hereinafter called the 
(Sfidderc) wish to participate in the said Bid ore eeeeeeee.. and you, as a special favour have 
agreed to accept an irrevocable and unconditional Bank Guarantee for an amount ofe e e e e e e valid 
upto e e e e e e on behalf of Bidder in lieu of the Bid deposit required to be made by the Bidder, as a 
condition precedent for participation in the said Bid. 

2. We, the e e e e e e e . Bank at e e e e e e (local address) having our Head office at 
eeeeeeeee.. guarantee and undertake to pay immediately on demand by Planning Commission 
Unique Identification Authority of India on behalf of the President of India, the amount of 
eeeeeeeeeeeeeeeeeeee.. (in words & figures) without any reservation, protest, 
demur and recourse. Any such demand made by said ODwnerO shall be conclusive and binding on us 
irrespective of any dispute or difference raised by the Bidder. 

3. This guarantee will not be discharged due to the change in the constitution of the Bank or the 
Supplier(s)/Service Provider(s). 


4. Notwithstanding anything contained hereinabove: 

(1) Our liability under this guarantee is restricted to Rs. e e e e e . (in words & figures). 

(2) This Bank Guarantee will be valid upto e e e e e e e .; and 

(3) We are liable to pay the guarantee amount or any part thereof under this Bank Guarantee only upon 

service of a written claim or demand by you on or before e e e e .. 

In witness whereof the Bank, through its authorised officer, has set its hand and stamp on thise e e e e .day 
ofe e e e ..20e e e .ate e e e 


WITNESS 

/////// XXX 

eeeeeee.eee. 

(Signature) 

////////// 

eeeeeeeeee.. 

(Name) 

////////// 

eeeeeeeeee.. 

(Official Address) 


////// /////// XXX 

eeeeee..eeeeeee.eee 

(Signature) 

xxxxxx xxxxxxxxx 

e e e e e e ....e eeeeeeee.. 

(Name) 

xxxxxx xxxxxxxxxx 

eeeeee.eeeeeeeeee.. 

(Designation with Bank Stamp) 

Attorney as per Power of Attorney Noe e e e e . 

Datede eeeeeeeeeee 
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APPENDIX O: 


PERFORMANCE BANK GUARANTEE 
(To be stamped in accordance with Stamp Act) 

The non-judicial stamp paper should be in the name of issuing Bank 

Ref.. Bank Guarantee No. 

Date. 


To 

Unique Identification Authority of India 
Planning Commission , Government of India 
3 ld Floor, Tower II, Jeevan Bharati Building, 
Connaught Circus, New Delhi-110001 

Dear Sirs, 


1. In consideration of the Unique Identification Authority of India, Planning Commission, Government of 
India, on behalf of the President of India, (hereinafter referred to as the ODwnerO which expression shall 
unless repugnant to the context or meaning thereof include its successors, administrators and assigns) 
having awarded to M/seeeeeeeeeeeeee.. with its Registered/Head office at 
eeeeeeeee (hereinafter referred to as the nContractorO which expression shall unless repugnant 
to the context or meaning thereof, include its successors, administrators, executors and assigns), a Contract 
by issue of Notification of award Noe e e e e .. dated e e e .. and the same having been acknowledged 
by the Contractor, resulting in a Contract, bearing Noe e e e .. datede e e e valued 
ate e e fore e e e (scope of Contract) and the Contractor having agreed to provide a Contract 
Performance Guarantee for the faithful performance of the entire Contract not exceeding Rs. 
e e e e e e .. (in words & figures). 


2. Wee eeeeeeeeeeeeeeeeeeeeeeeeeeeeeeeeeeee (Name & 
Address of Bank Branch) having its Head office at eeeeeeeeeeeeeeeeee. 
(hereinafter referred to as the (t&ankQ which expression shall, unless repugnant to the context or meaning 
thereof, include its successors, administrators, executors and assigns) do hereby guarantee and undertake to 
pay the amounts due and payable under this guarantee without any demur, reservation, context, recourse or 
protest and/or without any reference to the Contractor merely on a demand from the Owner stating that the 
amount claimed is due by way of loss or damage caused to or would be caused to or suffered by the Owner 
by reason of breach by the said Contractor(s) of any of the terms or conditions contained in the said 
Agreement or by reason of the Contractor(s)0 failure to perform the said Agreement. Any such demand 
made on the Bank shall be conclusive and binding not withstanding any difference between the Owner and 
the Contractor or any dispute pending before any Court, Tribunal, Arbitrator or any other authority. We 
agree that the guarantee herein contained shall be irrevocable and shall continue to be enforceable till the 
Owner discharges this guarantee. 


3. The Owner shall have the fullest liberty without affecting in any way the liability of the Bank under this 
guarantee, from time to time to extent the time for performance of the Contract by the Contractor. The 
Owner shall have the fullest liberty, without affecting this guarantee, to postpone from time to time the 
exercise of any powers vested in them or of any right which they might have against the Contractor, and to 
exercise the same at any time in any manner, and either to enforce or to forbear to enforce any covenants, 
contained or implied, in the Contract between the Owner and the Contractor or any other course or remedy 
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or security available to the Owner. The Bank shall not be released of its obligations under these presents by 
any exercise by the Owner of its liberty with reference to the matters aforesaid or any of them or by reason 
of any other act of omission or commission on the part of the Owner or any other indulgences shown by the 
Owner or by any other matter or thing whatsoever which under law would, but for this provision have the 
effect of relieving the Bank. 


4. The Bank also agrees that the Owner at its option shall be entitled to enforce this Guarantee against the 
Bank as a principal debtor, in the first instance without proceeding against the Contractor and not 
withstanding any security or other guarantee the Owner may have in relation to the Contractor^ liabilities. 


5. This guarantee will not be discharged due to the change in the constitution of the Bank or the 
Contract or(s)/Service Provider(s). 


6. Notwithstanding anything contained hereinabove: 

(1) Our liability under this guarantee is restricted to Rs. e e e e e . (in words & figures). 

(2) This Bank Guarantee will be valid upto e e e e e e e .; and 

(3) We are liable to pay the guarantee amount or any part thereof under this Bank Guarantee only upon 

service of a written claim or demand by you on or before e e e e .. 


In witness whereof the Bank, through its authorised officer, has set its hand and stamp on thise e e e e .day 
ofe e e e ..20e e e .ate e e e 

WITNESS 


/////// XXX 

eeeeeee.eee. 

(Signature) 

xxxxxxxxxx 

eeeeeeeeee.. 

(Name) 


xxxxxxxxxx 

eeeeeeeeee.. 

(Official Address) 


XXXXXX XXXXXXX XXX 

eeeeee..eeeeeee.eee 

(Signature) 

XXXXXX xxxxxxxxx 

e e e e e e ....e eeeeeeee.. 

(Name) 


XXXXXX xxxxxxxxxx 

eeeeee.eeeeeeeeee.. 

(Designation with Bank Stamp) 


Attorney as per 

Power of Attorney Noe e e e e . 
Datede eeeeeeeeeee 
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APPENDIX P: 

BANK GUARANTEE FOR ADVANCE PAYMENT 
(To be stamped in accordance with Stamp Act) 

The non-judicial stamp paper should be in the name of issuing Bank 


Ref. 

To 


Bank Guarantee No 
Date. 


Unique Identification Authority of India 
Planning Commission, Government of India 
3 rd Floor, Tower II, Jeevan Bharati Building, 

Connaught Circus, New Delhi-110001 

Dear Sirs, 

1. In consideration of the Unique Identification Authority of India, Planning Commission, Government of 
India, on behalf of the President of India, (hereinafter referred to as the ODwnerO which expression shall 
unless repugnant to the context or meaning thereof include its successors, administrators and assigns) 
having awarded to M/seeeeeeeeeeeeee.. with its Registered/Head office at 
eeeeeeeee (hereinafter referred to as the nContractorO which expression shall unless repugnant 
to the context or meaning thereof, include its successors, administrators, executors and assigns), a Contract 
by issue of Notification of award Noe e e e e .. datede e e .. and the same having been acknowledged 
by the Contractor, resulting in a Contract, bearing Noe e e e .. datede e e e valued 

ate e e fore e e e (scope of work) and the Owner having agreed to make an advance payment to 
the Contractor (specify nature of work for which advance is given) not exceeding Rs. 
eeeeeeeee. (in words & figures) as an advance against Bank Guarantee to be furnished by the 
Contractor. 


2. Wee eeeeeeeeeeeeeeeeeeeeeeeeeeeeeeeeeeee (Name & 
Address) having its Head office ateeeeeeeeeeeeeeeeee .(hereinafter referred to as 
the (JlankQ which expression shall, unless repugnant to the context or meaning thereof, include its 
successors, administrators, executors and assigns) do hereby guarantee and undertake to pay the amounts 
due and payable under this guarantee without any demur, reservation, context, recourse or protest and/or 
without any reference to the Contractor merely on a demand from the Owner stating that the amount 
claimed is due by way of loss or damage caused to or would be caused to or suffered by the Government by 
reason of breach by the said supplier(s)0failure to perform the said Agreement. Any such demand made on 
the Bank shall be conclusive and binding not withstanding any difference between the Owner and the 
Contractor or any dispute pending before any Court, Tribunal, Arbitrator or any other authority. We agree 
that the guarantee herein contained shall be irrevocable and shall continue to be enforceable till the Owner 
discharges this guarantee. 


3. The Owner shall have the fullest liberty without affecting in any way the liability of the Bank under this 
guarantee, from time to time to vary the advance or to extend the time for performance of the Contract by 
the Contractor. The Owner shall have the fullest liberty, without affecting this guarantee, to postpone from 
time to time the exercise of any powers vested in them or of any right which they might have against the 
Contractor, and to exercise the same at any time in any manner, and either to enforce or to forbear to 
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enforce any covenants, contained or implied, in the Contract between the Owner and the Contractor or any 
other course or remedy or security available to the Owner. The Bank shall not be released of its obligations 
under these presents by any exercise by the Owner of its liberty with reference to the matters aforesaid or 
any of them or by reason of any other act or forbearance or other acts of omission or commission on the 
part of the Owner or any other indulgences shown by the Owner or by any other matter or thing, 
whatsoever which under law would, but for this provision have the effect of relieving the Bank. 


4. The Bank also agrees that the Owner at its option shall be entitled to enforce this Guarantee against the 
Bank as a principal debtor, in the first instance without proceeding against the Contractor and 
notwithstanding any security or other guarantee the Owner may have in relation to the Contractor® 
liabilities. 


5. This guarantee will not be discharged due to the change in the constitution of the Bank or the 
Contract or(s)/Service Provider(s). 

6. Notwithstanding anything contained hereinabove: 

(1) Our liability under this guarantee is restricted to Rs. e e e e e . (in words & figures). 

(2) This Bank Guarantee will be valid upto e e e e e e e .; and 

(3) We are liable to pay the guarantee amount or any part thereof under this Bank Guarantee only upon 

service of a written claim or demand by you on or before e e e e .. 


In witness whereof the Bank, through its authorised officer, has set its hand and stamp on thise e e e e .day 
ofe e e e ..20e e e .ate e e e 

WITNESS 


/////// XXX 

eeeeeee.eee. 

(Signature) 

xxxxxxxxxx 

eeeeeeeeee.. 

(Name) 


xxxxxxxxxx 

eeeeeeeeee.. 

(Official Address) 


XXXXXX XXXXXXX XXX 

eeeeee..eeeeeee.eee 

(Signature) 

XXXXXX xxxxxxxxx 

e e e e e e ....e eeeeeeee.. 

(Name) 


XXXXXX xxxxxxxxxx 

eeeeee.eeeeeeeeee.. 

(Designation with Bank Stamp) 


Attorney as per 

Power of Attorney Noe e e e e . 
Datede eeeeeeeeeee 
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BG CONFIRMATION LETTER 


Ref. No. Date: 

To 

The Branch Manager, 

«Name of Bank» 

«Address of Bank» 

Dear Sir / Madam, 

Sub: Confirmation of Bank Guarantee No. « » dated « » 

We have received the above mentioned Bank Guarantee on behalf of «name of vendor», as Performance 
BG for «name of contract and contract date». The Bank Guarantee is valid up to «BG Validity date». 
The detail of the Bank Guarantee is furnished below. 


01) BG Number & Date 
02) Contract Description 
03) Contract Date 
04) Project Name 
05) PartyQ Name 
06) Value & Validity 


You are requested to please confirm the issuance of the Bank Guarantee and return the second copy of this 
letter by REGISTERED POST to the undersigned duly attested under your signature and BankQ seal that the 
above mentioned Bank Guarantee has issued by you through an authorized officer of the Bank. 

Thanking You, 


Yours faithfully, 


For Unique Identification Authority of India, 


(Name of officer) 
Designation 


CONFIRMATION CERTIFICATE BY THE BANKER 


Certified that the aforesaid Bank Guarantee has been issued by Mr. / Ms._an 

authorized officer of the Bank. The parts mentioned above are verified and are correct. 

Signature 

Name 

Designation 
Bank Seal 

Power of Attorney No. 


Page 27 of 61 










Procurement Manual 



AADHAAR 


APPENDIX Rl: 


RENEWAL / EXTENSION LETTER 

Ref. No. Date: 

To 

The Branch Manager, 

«Name of Bank» 

«Address of Bank» 

Dear Sir / Madam, 

Sub: Conditional Claim against the Bank Guarantee issued by you in favour of «UNIQUE 

IDENTIFICATION AUTHORITY OF INDIA. PLANNING COMMISSION* GOVE OF 

INDIA » 

The validity period of the following bank guarantee executed by you in our favour bearing no. «Bank 
Guarantee No. » is expiring on «date up to which BG is valid» and is to be extended mainly by another 
«6 months» before the expiry of the validity and in case the extension is not provided to us before the expiry 
date, this may be treated as claim against this bank guarantee and the proceeds of the same shall be remitted to 
us by way of Demand Draft favouring " «UNIOUE IDENTIFICATION AUTHORITY OF INDIA , 
PLANNING COMMISSION, GOVE OF INDIA » (Name as mentioned in Bank account) 

(1) BG Number & Date :: 

(2) Contract Date :: 

(3) Contract Description :: 

(4) Party's Name :: 

(5) BG Value & Validity :: 

It may kindly be noted that this claim will automatically become formal claim in the event of non extension of 
the validity period of the above bank guarantee and no further claim will be lodged for realising of the proceeds. 

Thanking you, 

Yours faithfully, 


For Unique Identification Authority of India, 


(Name of officer) 
Designation 

Copy to: 

«Name of Party» 

«Address of Party» 
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EXTENSION OF BANK GUARANTEE 

(To be stamped in accordance with Stamp Act) 


Ref.. Date. 

To 

Unique Identification Authority of India 
Planning Commission Government of India 
3 ld Floor, Tower II, Jeevan Bharati Building, 

Connaught Circus, New Delhi-110001 

Dear Sirs, 

Sub: Extension of Bank Guarantee No . for Rs . 

favouring yourselves, expiring on.on account of M/s.in respect of 

Contract No . dated . (hereinafter called original Bank 

Guarantee). 

At the request of M/s. eeeeeeeeeeee.., we eeeeeeeeee. Bank, branch office at 
eeeeeeeeeee and having its Head Office ateeeeeeeeeee do hereby extend our 
liability under the above T mentioned Guarantee Noeeeeeeeeeee. dated eeeeeeee.for 
a further period ofeeeeeeee.. (years/months) from eeeeeee.. to expire on e e e e e .. 
except as provided above, all other terms and conditions of the original Bank Guarantee No e e e e e e . 
dated eeeeeee.. shall remain unaltered and binding. 


In witness whereof the Bank, through its authorised officer, has set its hand and stamp on thise e e e e .day 

P / XXX XXX f X X X 

ofe e e e ..20e e e .ate e e e 


WITNESS 

/////// XXX 

eeeeeee.eee. 

(Signature) 

////////// 

eeeeeeeeee.. 

(Name) 

////////// 

eeeeeeeeee.. 

(Official Address) 


////// /////// XXX 

eeeeee..eeeeeee.eee 

(Signature) 

xxxxxx xxxxxxxxx 

eeeeee ....e eeeeeeee.. 

(Name) 

xxxxxx xxxxxxxxxx 

eeeeee.eeeeeeeeee.. 

(Designation with Bank Stamp) 

Attorney as per 

Power of Attorney Noe e e e e . 

Datede eeeeeeeeeee 
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APPENDIX S: 

BANK GUARANTEE INVOCATION / ENCASHMENT / CLAIM LETTER 


Ref. No. Date: 

To 

The Branch Manager, 

«Name of Bank» 

«Address of Bank» 

Dear Sir / Madam, 

Sub: Invocation / Encashment of Bank Guarantee issued by you in favour of «UNIOUE 

l DF 5 tlER I HQ. > 1 1 THj } MH i 11 INDIA l 'LAN MNG COMMISSION , GOVT. ^OF 

INDIA » 

This has reference to clause no. 2 of bank guarantee No. « »> dated « », issued by your Bank 

Branch. This communication may be treated as a formal claim against the Bank Guarantee and the proceeds of 
the same be remitted to us by way of Demand Draft favouring " «UNIQUE IDENTIFICA TION 
AUTHORITY OF INDIA. PLANNING COMMISSION „ GOVT. OF INDIA » (Name as mentioned in Bank 
account) 

(1) BG Number & Date :: 

(2) Contract Date :: 

(3) Contract Description :: 

(4) Party's Name :: 

(5) BG Value & Validity :: 


Thanking you, 


Yours faithfully, 


For Unique Identification Authority of India, 


(Name of officer) 
Designation 

Copy to: 

«Name of Party» 

«Address of Party» 
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APPENDIX T: 


BANK GUARANTEE REGISTER 


s. 

No. 

Nature 
of BG 

BG 

No. 

Name of 
Vendor 

Address 
of Party 

Name of 
Contract 

Bank 

Name 

Address 
of Bank 

Amount 

Valid 
Up to 

BG 

Confirmed 

(Yes/No) 

(I) 

(II) 

(HI) 

(IV) 

(V) 

(VI) 

(VII) 

(VIII) 

(IX) 

(X) 

(XI) 


BG 

Confirmation 
Letter Ref. No. / 
Date 

Signature of 
Verifying 
Officer 

Extension 
Letter No. & 
Date (Issued by 
UIDAI) 

BG Extension 
Communication 
& Date 

(received from 
Bank) 

Whether 

Encashed 
(Yes / No) 

Encashment 

Date 

Signature of 

Verifying 

Officer 

BG Release 

Date 

Releasing/ 

Authorizing 

officer 

Remarks (if 

any) 

(XII) (XIII) (XIV) (XV) (XVI) (XVII) (XVIII) (XIX) (XX) (XXI) 
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APPENDIX U: FORMAT OF RFP: Suggested format for the RFP for procurement of goods and services 
(Note: This format is only intended to provide a guideline and structure for formulating an RPF and suitable amendments / 
modifications / additions etc. may be required to be incorporated depending upon the nature of the goods or services 
intended to be procured) 

Particulars of the Buyer issuing the RFP 

Invitation of Bids for Supply of.(Title of RFP) 

RFP No_Dated_ 

1. Bids in sealed cover are invited for supply of items listed in Part III of this RFP. Please superscribe the 
mentioned Title, RFP number and date of opening of the Bids on the sealed cover to avoid the Bid 
declared invalid. 

2. The address and contact numbers for sending Bids or seeking clarifications regarding this RFP are 
below - 

a. Bids/queries to be addressed to: 

b. Postal address for sending the Bids: 

c. Name/designation of the contact personnel: 

d. Telephone numbers of the contact personnel: 

e. e-mail ids of contact personnel: 

f. Fax number: 

3. This RFP is divided into five Parts as follows: 

a. Part I T Contains General Information and Instructions for the Bidders about the RFP such as the time, 
place of submission and opening of tenders, Validity period of tenders, etc. 

b. Part II T Contains essential details of the items/services required, such as the Schedule of Requirements 
(SOR), Technical Specifications, Delivery Period, Mode of Delivery and Consignee details. 

c. Part III i’ Contains General Conditions of RFP, which will form part of the Contract with the successful 
Bidder. 

d. Part IV V Contains Special Conditions applicable to this RFP and which will also form part of the contract 
with the successful Bidder. 

e. Part V T Contains Evaluation Criteria and Format for Price Bids. 

4. This RFP is being issued with no financial commitment and the Buyer reserves the right to change or vary 
any part thereof at any stage. Buyer also reserves the right to withdraw the RFP, should it become necessary at 
any stage. 

Part I - General Information 

1. Last date and time for depositing the Bids:_(dd/mm/yyyy) 

The sealed Bids (both technical and Commercial, in case two bids are called for) should be deposited/reach by 
the due date and time. The responsibility to ensure this lies with the Bidder. 

2. Manner of depositing the Bids: Sealed Bids should be either dropped in the Tender Box marked as 

_or sent by registered post at the address given above so as to reach by the due date and 

time. Late tenders will not be considered. No responsibility will be taken for postal delay or non-delivery/ non¬ 
receipt of Bid documents. Bids sent by FAX or e-mail will not be considered (unless they have been specifically 
called for by these modes due to urgency). 

3. Time and date for opening of Bids:_ 

(If due to any exigency, the due date for opening of the Bids is declared a closed holiday, the Bids will be 
opened on the next working day at the same time or on any other day/time, as intimated by the Buyer). 

4. Location of the Tender Box:_. Only those Bids that are found in the tender box 

will be opened. Bids dropped in the wrong Tender Box will be rendered invalid. 


above 

being 

given 


Page 32 of 61 












Procurement Manual a a d h a a r 


5. Place of opening of the Bids:_. The Bidders may depute their representatives, duly 

authorized in writing, to attend the opening of Bids on the due date and time. Rates and important 
commercial/technical clauses quoted by all Bidders will be read out in the presence of the representatives of all 
the Bidders. This event will not be postponed due to non-presence of your representative. 

6. Two-Bid system: In case of the Two-bid system, only the Technical Bid would be opened on the time and 
date mentioned above. Date of opening of the Commercial Bid will be intimated after acceptance of the 
Technical Bids. Commercial Bids of only those firms will be opened, whose Technical Bids are found 
compliant/suitable after Technical evaluation is done by the Buyer. 

7. Forwarding of Bids - Bids should be forwarded by Bidders under their original memo / letter pad inter alia 
furnishing details like TIN number, VAT/CST number, Bank address with EFT Account if applicable, etc and 
complete postal & e-mail address of their office. 

8. Clarification regarding contents of the RFP: A prospective bidder who requires clarification regarding the 
contents of the bidding documents shall notify to the Buyer in writing about the clarifications sought not later 
than 14 (fourteen) days prior to the date of opening of the Bids. Copies of the query and clarification by the 
purchaser will be sent to all prospective bidders who have received the bidding documents. 

9. Modification and Withdrawal of Bids: A bidder may modify or withdraw his bid after submission provided 
that the written notice of modification or withdrawal is received by the Buyer prior to deadline prescribed for 
submission of bids. A withdrawal notice may be sent by fax but it should be followed by a signed confirmation 
copy to be sent by post and such signed confirmation should reach the purchaser not later than the deadline for 
submission of bids. No bid shall be modified after the deadline for submission of bids. No bid may be 
withdrawn in the interval between the deadline for submission of bids and expiration of the period of bid 
validity specified. Withdrawal of a bid during this period will result in Bidder® forfeiture of bid security. 

10. Clarification regarding contents of the Bids: During evaluation and comparison of bids, the Buyer may, 
at its discretion, ask the bidder for clarification of his bid. The request for clarification will be given in writing 
and no change in prices or substance of the bid will be sought, offered or permitted. No post-bid clarification on 
the initiative of the bidder will be entertained. 

11. Rejection of Bids: Canvassing by the Bidder in any form, unsolicited letter and post-tender correction may 
invoke summary rejection with forfeiture of EMD. Late Bids / Conditional tenders will be rejected. 

12. Unwillingness to quote: Bidders unwilling to quote should ensure that intimation to this effect reaches 
before the due date and time of opening of the Bid, failing which the defaulting Bidder may be delisted for the 
given range of items as mentioned in this RFP. 

13. Validity of Bids: The Bids should remain valid till_(Date)_from the last date of 

submission of the Bids. 

14. Earnest Money Deposit:- Bidders are required to submit Earnest Money Deposit (EMD) for amount of 

_along with their bids. The EMD may be submitted in the form of an Account Payee Demand Draft, Fixed 

Deposit Receipt, Banker's Cheque or Bank Guarantee from any of the public sector banks or a private sector 
bank authorized to conduct government business as per Appendix N of the Procurement Manual (can be 
provided on request). EMD is to remain valid for a period of forty-five days beyond the final bid validity 
period. EMD of the unsuccessful bidders will be returned to them at the earliest after expiry of the final bid 
validity and latest on or before the 30th day after the award of the contract. The Bid Security of the successful 
bidder would be returned, without any interest whatsoever, after the receipt of Performance Security from them 
as called for in the contract. EMD is not required to be submitted by those Bidders who are registered with the 
Central Purchase Organization (e.g. DGS&D), National Small Industries Corporation (NSIC). The EMD will be 
forfeited if the bidder withdraws or amends, impairs or derogates from the tender in any respect within the 
validity period of their tender. 
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Part II - Essential Details of Items/Services required 

1. Schedule of Requirements T List of items / services required is as follows: 


Name/Type of item/services/description of stores quantity required 

/////////////////////////////// 

eeeeeeeeeeeeeeeeeeeeeeeeeeeeeee 
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2. Technical Details: 

(a) Specifications/drawings, as applicable 

(b) Technical details with technical parameters 

(c) Requirement of training/on-job training 

(d) Requirement of installation/commissioning 

(e) Requirement of Factory Acceptance Trials (FAT), User Acceptance Tests (UAT) 

(f) Requirement of Technical documentation 

(g) Nature of assistance required after completion of warranty 

(h) Requirement of pre-site/equipment inspection 

(i) Any other details, as considered necessary 

3. Two-Bid System - In respect of Two-bid system, Bidders are required to furnish clause by clause 
compliance of specifications bringing out clearly the deviations from specification, if any. The Bidders are 
advised to submit the compliance statement in the following format along with Technical Bid i 


Para of RFP 
specifications item-wise 

Specification 

of 

item offered 

Compliance to RFP 
specification T whether 
Yes / No 

In case of non-compliance, 
deviation from RFP to be 
specified in unambiguous terms 






4. Delivery Period - Delivery period for supply of items would be_from the effective date of 

contract. Please note that Contract can be cancelled unilaterally by the Buyer in case items are not received 
within the contracted delivery period. Extension of contracted delivery period will be at the sole discretion of 
the Buyer, with applicability of LD clause. 

5. Terms for Delivery & Transportation - Unless otherwise specifically agreed to by the Buyer and the Seller 
and incorporated in the contract, the applicable rules for transportation of goods shall be as under: 

TERMS OF DELIVERY - DATE OF DELIVERY 

a) Local Delivery at Site - The date on which the delivery is made at the consignee® site mentioned in the 
contract. 

b) Ex-works - The date the Seller delivers the goods to the Buyer at Seller® factory / premises. 

c) F.O.R Station of Dispatch - The date on which the goods are placed by the Seller on rail with clear Rail 
Receipt. 

d) By Post Parcel - The date of postal receipt. 

e) Dispatch by Air - The date of Air-way Bill. 

f) F.O.R. Destination - the date on which the goods reach the destination railway station specified in the 
contract, unless otherwise stated. 

g) C.I.P. Destination - The date on which the delivery is effected at the destination mentioned in the contract. 

h) F.A.S. Port of Shipment - The date on which the Seller deliver the goods alongside the vessel at the 
specified port of shipment. This date is reflected in Bill of Lading. 

i) F.O.B. Port of Shipment - The date on which the Seller delivers the goods on vessel® board at the specified 
port of shipment. This date is reflected in Bill of Lading. 

j) C.I.F. Port of Destination - The date on which the goods actually arrived at the Destination Port. 

6. Consignee details -_ 
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Part III - General Conditions of RFP 

The Bidder is required to give confirmation of their acceptance of the General Conditions of the Request for 
Proposal mentioned below which will automatically be considered as part of the Contract concluded with the 
successful Bidder (i.e. Seller in the Contract) as selected by the Buyer. Failure to do so may result in rejection 
of the Bid submitted by the Bidder. 

1. Law: The Contract shall be considered and made in accordance with the laws of the Republic of India. The 
contract shall be governed by and interpreted in accordance with the laws of the Republic of India. 

2. Effective Date of the Contract: The contract shall come into effect on the date of signatures of both the 
parties on the contract (Effective Date) and shall remain valid until the completion of the obligations of the 
parties under the contract. The deliveries and supplies and performance of the services shall commence from 
the effective date of the contract. 

3. Arbitration: All disputes or differences arising out of or in connection with the Contract shall be settled by 
bilateral discussions. Any dispute, disagreement or question arising out of or relating to the Contract or relating 
to construction or performance, which cannot be settled amicably, may be resolved through arbitration. The 
standard clause of arbitration is as per Appendix K of the Procurement Manual (can be provided on request). 

4. Penalty for use of Undue influence: The Seller undertakes that he has not given, offered or promised to 
give, directly or indirectly, any gift, consideration, reward, commission, fees, brokerage or inducement to any 
person in service of the Buyer or otherwise in procuring the Contracts or forbearing to do or for having done or 
forborne to do any act in relation to the obtaining or execution of the present Contract or any other Contract 
with the Government of India for showing or forbearing to show favour or disfavour to any person in relation to 
the present Contract or any other Contract with the Government of India. Any breach of the aforesaid 
undertaking by the Seller or any one employed by him or acting on his behalf (whether with or without the 
knowledge of the Seller) or the commission of any offers by the Seller or anyone employed by him or acting on 
his behalf, as defined in Chapter IX of the Indian Penal Code, 1860 or the Prevention of Corruption Act, 1986 
or any other Act enacted for the prevention of corruption shall entitle the Buyer to cancel the contract and all or 
any other contracts with the Seller and recover from the Seller the amount of any loss arising from such 
cancellation. A decision of the Buyer or his nominee to the effect that a breach of the undertaking had been 
committed shall be final and binding on the Seller. Giving or offering of any gift, bribe or inducement or any 
attempt at any such act on behalf of the Seller towards any officer/employee of the Buyer or to any other person 
in a position to influence any officer/employee of the Buyer for showing any favour in relation to this or any 
other contract, shall render the Seller to such liability/ penalty as the Buyer may deem proper, including but not 
limited to termination of the contract, imposition of penal damages, forfeiture of the Bank Guarantee and refund 
of the amounts paid by the Buyer. 

5. Agents / Agency Commission: The Seller confirms and declares to the Buyer that the Seller is the original 
manufacturer of the stores/provider of the services referred to in this Contract and has not engaged any 
individual or firm, whether Indian or foreign whatsoever, to intercede, facilitate or in any way to recommend to 
the Government of India or any of its functionaries, whether officially or unofficially, to the award of the 
contract to the Seller; nor has any amount been paid, promised or intended to be paid to any such individual or 
firm in respect of any such intercession, facilitation or recommendation. The Seller agrees that if it is 
established at any time to the satisfaction of the Buyer that the present declaration is in any way incorrect or if 
at a later stage it is discovered by the Buyer that the Seller has engaged any such individual/firm, and paid or 
intended to pay any amount, gift, reward, fees, commission or consideration to such person, party, firm or 
institution, whether before or after the signing of this contract, the Seller will be liable to refund that amount to 
the Buyer. The Seller will also be debarred from entering into any supply Contract with the Government of 
India for a minimum period of five years. The Buyer will also have a right to consider cancellation of the 
Contract either wholly or in part, without any entitlement or compensation to the Seller who shall in such an 
event be liable to refund all payments made by the Buyer in terms of the Contract along with interest at the rate 
of 2% per annum above LIBOR rate. The Buyer will also have the right to recover any such amount from any 
contracts concluded earlier with the Government of India. 
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6. Access to Books of Accounts: In case it is found to the satisfaction of the Buyer that the Seller has engaged 
an Agent or paid commission or influenced any person to obtain the contract as described in clauses relating to 
Agents/Agency Commission and penalty for use of undue influence, the Seller, on a specific request of the 
Buyer, shall provide necessary information/ inspection of the relevant financial documents/information. 

7. Non-disclosure of Contract documents: Except with the written consent of the Buyer/ Seller, other party 
shall not disclose the contract or any provision, specification, plan, design, pattern, sample or information 
thereof to any third party. 

8. Liquidated Damages: In the event of the Seller's failure to submit the Bonds, Guarantees and Documents, 
supply the stores/goods and conduct trials, installation of equipment, training, etc as specified in this contract, 
the Buyer may, at his discretion, withhold any payment until the completion of the contract. The BUYER may 
also deduct from the SELLER as agreed, liquidated damages to the sum of 0.5% of the contract price of the 
delayed/undelivered stores/services mentioned above for every week of delay or part of a week, subject to the 
maximum value of the Liquidated Damages being not higher than 10% of the value of delayed stores. 

9. Termination of Contract: The Buyer shall have the right to terminate this Contract in part or in full in any 
of the following cases:- 

(a) The delivery of the material is delayed for causes not attributable to Force Majeure for more than (_ 

months) after the scheduled date of delivery. 

(b) The Seller is declared bankrupt or becomes insolvent. 

(c) The delivery of material is delayed due to causes of Force Majeure by more than (_months) provided 

Force Majeure clause is included in contract. 

(d) The Buyer has noticed that the Seller has utilised the services of any Indian/Foreign agent in getting this 
contract and paid any commission to such individual/company etc. 

(e) With mutual agreement 

(f) As per decision of the Arbitration Tribunal. 

10. Notices: Any notice required or permitted by the contract shall be written in the English language and may 
be delivered personally or may be sent by FAX or registered pre-paid mail/airmail or email, addressed to the 
last known address of the party to whom it is sent. 

11. Transfer and Sub-letting: The Seller has no right to give, bargain, sell, assign or sublet or otherwise 
dispose of the Contract or any part thereof, as well as to give or to let a third party take benefit or advantage of 
the present Contract or any part thereof. 

12. Patents and other Industrial Property Rights: The prices stated in the present Contract shall be deemed 
to include all amounts payable for the use of patents, copyrights, registered charges, trademarks and payments 
for any other industrial property rights. The Seller shall indemnify the Buyer against all claims from a third 
party at any time on account of the infringement of any or all the rights mentioned in the previous paragraphs, 
whether such claims arise in respect of manufacture or use. The Seller shall be responsible for the completion of 
the supplies including spares, tools, technical literature and training aggregates irrespective of the fact of 
infringement of the supplies, irrespective of the fact of infringement of any or all the rights mentioned above. 

13. Amendments: No provision of present Contract shall be changed or modified in any way (including this 
provision) either in whole or in part except by an instrument in writing made after the date of this Contract and 
signed on behalf of both the parties and which expressly states to amend the present Contract. 

14. Taxes and Duties 
i) General - 

1. If Bidder desires to ask for excise duty or Sales Tax / VAT extra, the same must be specifically stated. In the 
absence of any such stipulation, it will be presumed that the prices include all such charges and no claim for the 
same will be entertained. 
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2. If reimbursement of any Duty/Tax is intended as extra over the quoted prices, the Bidder must specifically 
say so. In the absence of any such stipulation it will be presumed that the prices quoted are firm and final and 
no claim on account of such duty/tax will be entrained after the opening of tenders. 

3. If a Bidder chooses to quote a price inclusive of any duty/tax and does not confirm inclusive of such duty/tax 
so included is firm and final, he should clearly indicate the rate of such duty/tax and quantum of such duty/tax 
included in the price. Failure to do so may result in ignoring of such offers summarily. 

4. If a Bidder is exempted from payment of any duty/tax upto any value of supplies from them, he should 
clearly state that no such duty/tax will be charged by him up to the limit of exemption which he may have. If 
any concession is available in regard to rate/quantum of any Duty/tax, it should be brought out clearly. 
Stipulations like, the said duty/tax was presently not applicable but the same will be charged if it becomes 
leviable later on, will not be accepted unless in such cases it is clearly stated by a Bidder that such duty/tax will 
not be charged by him even if the same becomes applicable later on. In respect of the Bidders, who fail to 
comply with this requirement, their quoted prices shall be loaded with the quantum of such duty/tax which is 
normally applicable on the item in question for the purpose of comparing their prices with other Bidders. 

5. Any change in any duty/tax upward/downward as a result of any statutory variation in excise taking place 
within contract terms shall be allowed to the extent of actual quantum of such duty/tax paid by the supplier. 
Similarly, in case of downward revision in any duty/tax, the actual quantum of reduction of such duty/tax shall 
be reimbursed to the Buyer by the Seller. All such adjustments shall include all reliefs, exemptions, rebates, 
concession etc. if any obtained by the Seller. 

ii) Customs Duty - 

1. For imported stores offered against forward delivery, the Bidder shall quote prices thereof exclusive of 
customs duty. The Bidder shall specify separately the C.I.F. prices and total amount of customs duty 
payable. They will also indicate correctly the rate of customs duty applicable along with Indian Customs Tariff 
Number. Customs duty as actually paid will be reimbursed on production of necessary documents i.e. (i) 
Triplicate copy of the bill of entry; (ii) copy of bill of lading; (iii) a copy of foreign principal^ invoice. 
However, if the Bidder imports the stores in question against his own commercial quota Import Licences, he 
will also be required to submit in addition the triplicate copy of bills of entry etc. a certificate from his Internal 
Auditor on the bill itself, to the effect that the following items/quantity in the bill of entry related to the stores 
imported against Buyer contract numbere e e e datede e 

2. Subsequent to the reimbursement of customs duty, the Bidder will submit to the concerned Payment 
Authority a certificate to the effect that he has not obtained any refund of customs duty subsequent to the 
payment of duty to the Customs authority by him. In addition, he shall also submit to the Paying Authority 
concerned a certificate immediately after a period of three months from the date of payment of the duty to 
customs authorities to the effect that he has not applied for refund of the customs duty subsequent to the 
payment of duty to the customs authorities by him. 

3. In case the Bidder obtains any refund of customs duty, subsequently to the payment of the same by him to the 
customs authorities and reimbursement of the customs duty to him by the Payment Authority, he should 
forthwith furnish the details of the refund obtained and afford full credit of the same to the Buyer. 

iii) Excise Duty 

1. Where the excise duty is payable on advalorem basis, the Bidder should submit along with the tender, the 
relevant form and the Manufacturer^ price list showing the actual assessable value of the stores as approved by 
the Excise authorities. 

2. Bidders should note that in case any refund of excise duty is granted to them by Excise authorities in respect 
of Stores supplied under the contract, they will pass on the credit to the Buyer immediately along with a 
certificate that the credit so passed on relates to the Excise Duty, originally paid for the stores supplied under 
the contract. In case of their failure to do so, within 10 days of the issue of the excise duty refund orders to them 
by the Excise Authorities the Buyer would be empowered to deduct a sum equivalent to the amount refunded by 
the Excise Authorities without any further reference to them from any of their outstanding bills against the 
contract or any other pending Government Contract and that no disputes on this account would be raised by 
them. 

3. The Seller is also required to furnish to the Paying Authority the following certificates: 
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(a) Certificate with each bill to the effect that no refund has been obtained in respect of the reimbursement of 
excise duty made to the Seller during three months immediately preceding the date of the claim covered by the 
relevant bill. 

(b) Certificate as to whether refunds have been obtained or applied for by them or not in the preceding financial 
year after the annual Audit of their accounts also indicating details of such refunds/applications, if any. 

(c) A certificate along with the final payment bills of the Seller to the effect whether or not they have any 
pending appeal/protest for refund or partial refund of excise duties already reimbursed to the Seller by the 
Government pending with the Excise authorities and if so, the nature, the amount involved, and the position of 
such appeals. 

(d) An undertaking to the effect that in case it is detected by the Government that any refund from Excise 
Authority was obtained by the Seller after obtaining reimbursement from the Paying Authority, and if the same 
is not immediately refunded by the Seller to the Paying Authority giving details and particulars of the 
transactions, Paying Authority will have full authority to recover such amounts from the SellerG outstanding 
bills against that particular contract or any other pending Government contracts and that no dispute on this 
account would be raised by the Seller. 

4. Unless otherwise specifically agreed to in terms of the contract, the Buyer shall not be liable for any claim on 

account of fresh imposition and/or increase of Excise Duty on raw materials and/or components 

used directly in the manufacture of the contracted stores taking place during the pendency of the contract. 

iv) Sales Tax / VAT 

1. If it is desired by the Bidder to ask for Sales tax / VAT to be paid as extra, the same must be specifically 
stated. In the absence of any such stipulation in the bid, it will be presumed that the prices quoted by the Bidder 
are inclusive of sales tax and no liability of sales tax will be developed upon the Buyer. 

2. On the Bids quoting sales tax extra, the rate and the nature of Sales Tax applicable at the time of supply 
should be shown separately. Sales tax will be paid to the Seller at the rate at which it is liable to be assessed or 
has actually been assessed provided the transaction of sale is legally liable to sales tax and the same is payable 
as per the terms of the contract. 

v) Octroi Duty & Local Taxes 

1. Normally, materials to be supplied to Government Departments against Government Contracts are exempted 
from levy of town duty, Octroi Duty, Terminal Tax and other levies of local bodies. The local Town/Municipal 
Body regulations at times, however, provide for such Exemption only on production of such exemption 
certificate from any authorised officer. Seller should ensure that stores ordered against contracts placed by this 
office are exempted from levy of Town Duty/Octroi Duty, Terminal Tax or other local taxes and duties. 
Wherever required, they should obtain the exemption certificate from the Buyer, to avoid payment of such local 
taxes or duties. 

2. In case where the Municipality or other local body insists upon payment of these duties or taxes the same 
should be paid by the Seller to avoid delay in supplies and possible demurrage charges. The receipt obtained for 
such payment should be forwarded to the Buyer without delay together with a copy of the relevant act or 
bylaws/notifications of the Municipality of the local body concerned to enable him to take up the question of 
refund with the concerned bodies if admissible under the said acts or rules. 

15. Pre-Integrity Pact Clause: An ^Integrity PactO would be signed between the Buyer and the Bidder for 
purchases exceeding Rs.100 crores. This is a binding agreement between the Buyer and Bidders for specific 
contracts in which the Buyer promises that it will not accept bribes during the procurement process and Bidders 
promise that they will not offer bribes. Under this Pact, the Bidders for specific services or contracts agree with 
the Buyer to carry out the procurement in a specified manner. The Format of Pre-Integrity Clause (can be 
provided on request). 

The essential elements of the Pact are as follows: 

a. A pact (contract) between the Government of India (the authority or the fprincipalo) and those companies 
submitting a tender for this specific activity (the ffeidderO); 

b. An undertaking by the Principal that its officials will not demand or accept any bribes, gifts etc., with 
appropriate disciplinary or criminal sanctions in case of violation; 

c. A statement by each Bidder that it has not paid, and will not pay, any bribes; 
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d. An undertaking by each Bidder to disclose all payments made in connection with the Contract in question to 
anybody (including agents and other middlemen as well as family members, etc., of officials); the disclosure 
would be made either at the time of submission of Bids or upon demand of the Principal, especially when a 
suspicion of a violation by that Bidder emerges; 

e. The explicit acceptance by each Bidder that the no-bribery commitment and the disclosure obligation as well 
as the attendant sanctions remain in force for the winning Bidder until the contract has been fully executed. 

f. Undertaking on behalf of a Bidding company will be made nin the name and on behalf of the companyQ 
Chief Executive OfficerO. 

g. The following set of sanctions shall be enforced for any violation by a Bidder of its commitments or 
undertakings: 

i. Denial or loss of contracts; 

ii. Forfeiture of the Bid security and performance bond; 

iii. Liability for damages to the principal and the competing Bidders; and 

iv. Debarment of the violator by the Principal for an appropriate period of time. 

h. Bidders are also advised to have a company code of conduct (clearly rejecting the use of bribes and other 
unethical behaviour and compliance program for the implementation of the code of conduct throughout the 
company. 


Part IV - Special Conditions of RFP 

The Bidder is required to give confirmation of their acceptance of Special Conditions of the RFP mentioned 
below which will automatically be considered as part of the Contract concluded with the successful Bidder (i.e. 
Seller in the Contract) as selected by the Buyer. Failure to do so may result in rejection of Bid submitted by the 
Bidder. 

1. Performance Guarantee: The Bidder will be required to furnish a Performance Guarantee by way of Bank 
Guarantee through a public sector bank or a private sector bank authorized to conduct government business for 
a sum equal to 10% of the contract value within 30 days of receipt of the confirmed order. Performance Bank 
Guarantee should be valid up to 60 days beyond the date of warranty. The specimen of PBG is given in 
Appendix O of the Procurement Manual (can be provided on request). 

2. Option Clause: The contract will have an Option Clause, wherein the Buyer can exercise an option to 
procure an additional 50% of the original contracted quantity in accordance with the same terms & conditions 
of the present contract. This will be applicable within the currency of contract. The Bidder is to confirm the 
acceptance of the same for inclusion in the contract. It will be entirely the discretion of the Buyer to exercise 
this option or not. 

3. Repeat Order Clause: The contract will have a Repeat Order Clause, wherein the Buyer can order upto 50% 
quantity of the items under the present contract within six months from the date of supply/successful 
completion of this contract, the cost, terms & conditions remaining the same. The Bidder is to confirm 
acceptance of this clause. It will be entirely the discretion of the Buyer to place the Repeat order or not. 

4. Tolerance Clause: To take care of any change in the requirement during the period starting from issue of 

RFP till placement of the contract, Buyer reserves the right to_% plus/minus increase or decrease the 

quantity of the required goods upto that limit without any change in the terms & conditions and prices quoted 
by the Seller. While awarding the contract, the quantity ordered can be increased or decreased by the Buyer 
within this tolerance limit. 

5. Payment Terms for Sellers: It will be mandatory for the Bidders to indicate their bank account numbers and 
other relevant epayment details so that payments could be made through ECS/ /NEFT/RTGS mechanism 
instead of payment through cheques, wherever feasible. A copy of the model mandate form prescribed by RBI 
to be submitted by Bidders for receiving payments through ECS/ /NEFT/RTGS can be given on request. The 
payment will be made as per the following terms, on production of the requisite documents: 
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a. 95% Payment against Inspection note, Proof of despatch, duly supported by Xerox copy of the Bank 
Guarantee and against Consignee^ provisional receipt. Balance of 5% will be paid on receipt of items in good 
condition by consignee(s) along with usera certificate of complete Installation & successful commissioning OR 

b. 100% payment on delivery and acceptance by the user. OR 

c. Stage-wise payments (To be defined as per complexity of case) OR 

d. Quarterly payments on submission of User clearance certificate in respect of AMC contracts. 

6. Advance Payments: No advance payment(s) would be made OR 

Advance payments may be made upto_against appropriate Bank guarantee or any authorised guarantee, as 

acceptable to the Buyer. The specimen of BG for Advance Payments is given in Appendix P of the Procurement 
Manual and can be provided on request. 

7. Paying Authority: 

Sellers: (Name and address, contact details). The payment of bills will be made on submission of the following 
documents by the Seller to the Paying Authority along with the bill: 

i. Ink-signed copy of contingent bill / Sell era bill. 

ii. Ink-signed copy of Commercial invoice / Sellera bill. 

iii. Copy of Supply Order/Contract with U.O. number and date of IFAq concurrence, where required under 
delegation of powers. 

iv. CRVs in duplicate. 

v. Inspection note. 

vi. Claim for statutory and other levies to be supported with requisite documents / proof of payment such as 
Service Tax Challan, VAT challan, Excise duty challan, Customs duty clearance certificate, Octroi receipt, 
proof of payment for EPF/ESIC contribution with nominal roll of beneficiaries, etc as applicable. 

vii. Exemption certificate for Excise duty / Customs duty, if applicable. 

viii. Bank guarantee for advance, if any. 

ix. Guarantee / Warranty certificate. 

x. Performance Bank guarantee / Indemnity bond where applicable. 

xi. DP extension letter with CFAq sanction number and date of DDG (F)a concurrence, indicating whether 
extension is with or without LD. 

xii. Details for electronic payment viz Account holdera name, Bank name, Branch name and address, Account 
type, Account number, IFSC code, MICR code (if these details are not incorporated in supply order/contract). 

xiii. Any other document / certificate that may be provided for in the Supply Order / Contract. 

xiv. User Acceptance. 

xv. Xerox copy of PBG. 

(Note - From the above list, the documents that may be required depending upon the peculiarities of the 
procurement being undertaken, may be included in RFP) 

8. Fall clause: The following Fall clause will form part of the contract placed on successful Bidder - 

a. The price charged for the stores supplied under the contract by the Seller shall in no event exceed the lowest 
prices at which the Seller sells the stores or offer to sell stores of identical description to any 
persons/Organisation including the purchaser or any department of the Central government or any Department 
of state government or any statutory undertaking the central or state government as the case may be during the 
period till performance of all supply Orders placed during the currency of the rate contract is completed. 

b. If at any time, during the said period the Seller reduces the sale price, sells or offer to sell such stores to any 
person/organisation including the Buyer or any Deptt, of central Govt, or any Department of the State 
Government or any Statutory undertaking of the Central or state Government as the case may be at a price 
lower than the price chargeable under the contract, the shall forthwith notify such reduction or sale or offer of 
sale to the Director general of Supplies & Disposals and the price payable under the contract for the stores of 
such reduction of sale or offer of the sale shall stand correspondingly reduced. The above stipulation will, 
however, not apply to:— 

i. Exports by the Seller. 

ii. Sale of goods as original equipment at price lower than lower than the prices charged for normal 
replacement. 
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iii. Sale of goods such as drugs which have expiry dates. 

iv. Sale of goods at lower price on or after the date of completion of sale/placement of the order of goods by the 
authority concerned under the existing or previous Rate Contracts as also under any previous contracts entered 
into with the Central or State Govt. Depts, including their undertakings excluding joint sector companies and/or 
private parties and bodies. 

c. The Seller shall furnish the following certificate to the Paying Authority along with each bill for payment for 
supplies made against the Rate contract T fiWe certify that there has been no reduction in sale price of the stores 
of description identical to the stores supplied to the Government under the contract herein and such stores have 
not been offered/sold by me/us to any person/organisation including the purchaser or any department of Central 
Government or any Department of a state Government or any Statutory Undertaking of the Central or state 
Government as the case may be upto the date of bill/the date of completion of supplies against all supply orders 
placed during the currency of the Rate Contract at price lower than the price charged to the government under 
the contract except for quantity of stores categories under sub-clauses (a), (b) and (c) of sub-para (ii) above 
details of which are given below -. Q 

9. Risk & Expense clause: 

1. Should the stores or any installment thereof not be delivered within the time or times specified in the contract 
documents, or if defective delivery is made in respect of the stores or any installment thereof, the Buyer shall 
after granting the Seller 45 days to cure the breach, be at liberty, without prejudice to the right to recover 
liquidated damages as a remedy for breach of contract, to declare the contract as cancelled either wholly or to 
the extent of such default. 

2. Should the stores or any installment thereof not perform in accordance with the specifications / parameters 
provided by the SELLER during the check proof tests to be done in the BUYER® country, the BUYER shall be 
at liberty, without prejudice to any other remedies for breach of contract, to cancel the contract wholly or to the 
extent of such default. 

3. In case of a material breach that was not remedied within 45 days, the BUYER shall, having given the right 
of first refusal to the SELLER be at liberty to purchase, manufacture, or procure from any other source as he 
thinks fit, other stores of the same or similar description to make good:- 

a. Such default. 

b. In the event of the contract being wholly determined the balance of the stores remaining to be delivered 
thereunder. 

4. Any excess of the purchase price, cost of manufacturer, or value of any stores procured from any other 

supplier as the case may be, over the contract price appropriate to such default or balance shall be recoverable 
from the SELLER. Such recoveries shall not exceed_% of the value of the contract. 6 

10. Force Majeure clause: 

a. Neither party shall bear responsibility for the complete or partial nonperformance of any of its obligations 
(except for failure to pay any sum which has become due on account of receipt of goods under the provisions of 
the present contract), if the non-performance results from such Force Majeure circumstances as Flood, Fire, 
Earth Quake and other acts of God as well as War, Military operation, blockade, Acts or Actions of State 
Authorities or any other circumstances beyond the parties control that have arisen after the conclusion of the 
present contract. 

b. In such circumstances the time stipulated for the performance of an obligation under the present contract is 
extended correspondingly for the period of time of action of these circumstances and their consequences. 

c. The party for which it becomes impossible to meet obligations under this contract due to Force Majeure 
conditions, is to notify in written form the other party of the beginning and cessation of the above circumstances 
immediately, but in any case not later than 10 (Ten) days from the moment of their beginning. 

d. Certificate of a Chamber of Commerce (Commerce and Industry) or other competent authority or 
organization of the respective country shall be a sufficient proof of commencement and cessation of the above 
circumstances. 

e. If the impossibility of complete or partial performance of an obligation lasts for more than 6 (six) months, 
either party hereto reserves the right to terminate the contract totally or partially upon giving prior written 
notice of 30 (thirty) days to the other party of the intention to terminate without any liability other than 
reimbursement on the terms provided in the agreement for the goods received. 
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11. Buy-Back offer - Buyer is interested to trade the existing old goods while purchasing the new ones. Bidders 
may formulate and submit their tenders accordingly. Interested Bidders can inspect the old goods to be traded 
through this transaction. Buyer reserves its right to trade or not to trade the old goods while purchasing the new 
ones and the Bidders are to frame their bids accordingly covering both the options. Details for buy-back offer 
are as under T 

a. Details of Items for buy-back scheme T Make/ Model, Specs, Year of Production/Purchase, Period of 
Warranty/AMC, etc. 

b. Place for inspection of old items T Address, Telephone, Fax, e-mail, Contact personnel, etc. 

c. Timings for Inspection T All weekdays between_to_. 

d. Last date for inspection V 1 day before the last date of submission of bids. 

e. Period of handing over old items to successful bidder T Within 15 days of placement of order. 

f. Handling charges and transportation expenses to take out the old items will be on account of the successful 
bidder. 

12. Specification: The following Specification clause will form part of the contract placed on successful Bidder 

- The Seller guarantees to meet the specifications as per Part-II of RFP and to incorporate the modifications to 
the existing design configuration to meet the specific requirement of the Buyer Services as per 
modifications/requirements recommended after the Maintenance Evaluation Trials, if any. All technical 
literature and drawings shall be amended as the modifications by the Seller before supply to the Buyer. The 
Seller, in consultation with the Buyer, may carry out technical up-gradation/alterations in the design, drawings 
and specifications due to change in manufacturing procedures, indigenisation or obsolescence. This will, 
however, not in any way, adversely affect the end specifications of the equipment. Changes in technical details, 
drawings repair and maintenance techniques along with necessary tools as a result of up-gradation / alterations 
will be provided to the Buyer free of cost within (_) days of affecting such up-gradation/alterations. 

13. OEM Certificate: In case the Bidder is not the OEM, the agreement certificate with the OEM for sourcing 
the spares shall be mandatory. However, where OEMs do not exist, minor aggregates and spares can be sourced 
from authorized vendors subject to quality certification. 

14. Earliest Acceptable Year of Manufacture:_Quality / Life certificate will need to be enclosed 

with the Bill. 

15. Buyer Furnished Equipment: The following equipment will be provided by the Buyer at his expense to 

the Seller: e e 

16. Transportation: A Transportation clause, on the following lines, will form part of the contract placed on 
the successful Bidder T 

The stores shall be delivered at_(destination). Seller will bear the costs and freight necessary to bring 

the goods to the destination. The Seller also has to procure all necessary insurance against the BuyerG risk of 
loss of or damage to goods during the carriage. The Seller will contract for insurance and pay the insurance 
premium. No part shipment of goods would be permitted. Trans-shipment of goods would not be permitted. In 
case it becomes inevitable to do so, the Seller shall not arrange part-shipments and/or transshipment without the 
express/prior written consent of the Buyer. 

17. Packing and Marking: The following Packing and Marking clause will form part of the contract placed on 
successful Bidder T 

a. The Seller shall provide packing and preservation of the equipment and spares/goods contracted so as to 
ensure their safety against damage in the conditions of land, sea and air transportation, trans-shipment, storage 
and weather hazards during transportation, subject to proper cargo handling. The Seller shall ensure that the 
stores are packed in containers, which are made sufficiently strong, and with seasoned wood. The packing cases 
should have hooks for lifting by crane/fork lift truck. Tags with proper marking shall be fastened to the special 
equipment, which cannot be packed. 

b. The packing of the equipment and spares/goods shall conform to the requirements of specifications and 
standards in force in the territory of the SellerQ country. 
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c. Each spare, tool and accessory shall be packed in separate cartons. A label in English shall be pasted on the 
carton indicating the under mentioned details of the item contained in the carton. A tag in English with said 
information shall also be attached to six samples of the item. If quantity contracted is less than six then tag shall 
be affixed to complete quantity contracted of the item. The cartons shall then be packed in packing cases as 
required. 

i. Part Number: 

ii. Nomenclature: 

iii. Contract annex number: 

iv. Annex serial number: 

v. Quantity contracted: 

d. One copy of the packing list in English shall be inserted in each cargo package, and the full set of the packing 
lists shall be placed in Case No.l painted in a yellow colour. 

e. The Seller shall mark each package with indelible paint in the English language as follows:- 

i. Contract No. 

ii. Consignee 

iii. Place of destination 

iv. Ultimate consignee 

v. SELLER 

vi. Package No. 

vii. Gross/net weight 

viii. Overall dimensions/volume 

ix. The Seller® marking. 

f. If necessary, each package shall be marked with warning inscriptions: <Top>, rt)o not turn overQ category of 
cargo etc. 

g. Should any special equipment be returned to the Seller by the Buyer, the latter shall provide normal packing, 
which protects the equipment and spares/goods from the damage of deterioration during transportation by land, 
air or sea. In this case the Buyer shall finalize the marking with the Seller. 

18. Quality: The quality of the stores delivered according to the present Contract shall correspond to the 
technical conditions and standards valid for the deliveries of the same stores for in Seller® country or 
specifications enumerated as per RFP and shall also include therein modification to the stores suggested by the 
Buyer. Such modifications will be mutually agreed to. The Seller confirms that the stores to be supplied under 
this Contract shall be new i.e. not manufactured before (Year of Contract), and shall incorporate all the latest 
improvements and modifications thereto and spares of improved and modified equipment are backward 
integrated and interchangeable with same equipment supplied by the Seller in the past if any. The Seller shall 
supply an interchangeability certificate along with the changed part numbers wherein it should be mentioned 
that item would provide as much life as the original item. 

19. Quality Assurance: Seller would provide the User Acceptance Test (UAT) Report within_month of this 

date of contract. Buyer reserves the right to modify the (UAT). Seller would be required to provide all test 
facilities at his premises for acceptance and inspection by Buyer, if the nature of goods and the terms of the 
supply so warrant. The details in this regard will be coordinated during the negotiation of the contract. The item 
should be of the latest manufacture, conforming to the current production standard and having 100% defined 
life at the time of delivery. 

20. Inspection Authority: The Inspection will be carried out by_. The mode of Inspection will be 

Departmental Inspection / User Inspection / Joint Inspection / Self-certification, (as applicable) 

21. Pre-Dispatch Inspection - The following Pre-dispatch Inspection clause will form part of the contract 
placed on successful Bidder - 

a. The Buyer® representatives will carry out Pre-Despatch Inspection (PDI) of the stores/equipment in order to 
check their compliance with specifications in accordance with its usual standard procedures, if any. Upon 
successful completion of such PDI, the Seller and Buyer will issue and sign a Certificate of Conformity as per 
the specimen which can be given on request. 
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b. The Seller shall intimate the Buyer at least 45 days before the scheduled date of PDI. The time required for 
completing visa formalities by the Seller should not be included in this notice. The Buyer will send his 
authorised representative(s) to attend the PDI. 

c. The list of Buyera representatives together with their particulars including name, title, date and place of 
birth, passport numbers including date of issue and date of expiry, address, etc. must be communicated by the 

Buyer at least_(No of days) in advance to apply for the necessary authorisations and clearances to be 

granted. 

d. The Buyer reserves the right not to attend the PDI or to request for postponement of the beginning of the PDI 
by a maximum of fifteen (15) days from the date fixed for such PDI in order to allow his representative(s) to 
attend such tests, in which cases he shall inform in writing the Seller within 15 days before the date of the 
beginning of the PDI. Should the Buyer request for such postponement, liquidated damages, if any, shall not 
apply. In case the Buyer informs the Seller within the period mentioned hereinabove that he cannot attend the 
PDI or in case the Buyer does not come at the postponed date requested by him for performance of the PDI as 
mentioned above, the Seller shall be entitled to carry out said tests alone as scheduled. The Certificate of 
Conformity and the UAT will be signed by the Sellera QA representative alone and such documents bearing 
the sole signature of the Sellera QA representative shall have the same value and effect as if they have been 
signed by both the parties. In case Buyer does not elect to attend the PDI, the Buyer shall intimate the Seller in 
writing that it does not wish to attend the PDI. 

e. The Seller shall provide all reasonable facilities, access and assistance to the Buyera representative for safety 
and convenience in the performance of their duties in the Sellera country. 

f. All costs associated with the stay of the Buyera Representative(s) in the country where the PDI is to be 
carried out, including travel expenses, boarding and lodging, accommodation, daily expenses, shall be borne by 
the Buyer. 

g. The Seller shall provide UAT format to the Buyera QA Agency within one month from the signing of the 
Contract. 

22. Franking clause: The following Franking clause will form part of the contract placed on successful bidder- 

a. Franking Clause in the case of Acceptance of Goods ffThe fact that the goods have been inspected after the 
delivery period and passed by the Inspecting Officer will not have the effect of keeping the contract alive. The 
goods are being passed without prejudice to the rights of the Buyer under the terms and conditions of the 
contractQ 

b. Franking Clause in the case of Rejection of Goods ffThe fact that the goods have been inspected after the 
delivery period and rejected by the Inspecting Officer will not bind the Buyer in any manner. The goods are 
being rejected without prejudice to the rights of the Buyer under the terms and conditions of the contract.O 

23. Claims: The following Claims clause will form part of the contract placed on successful Bidder T 

a. The claims may be presented either: (a) on quantity of the stores, where the quantity does not correspond to 
the quantity shown in the Packing List/Insufficiency in packing, or (b) on quality of the stores, where quality 
does not correspond to the quality mentioned in the contract. 

b. The quantity claims for deficiency of quantity shall be presented within 45 days of acceptance of goods. 

c. The quality claims for defects or deficiencies in quality noticed acceptance of goods. Quality claims shall be 
presented for defects or deficiencies in quality noticed during warranty period earliest but not later than 45 days 
after expiry of the guarantee period. 

d. The description and quantity of the stores are to be furnished to the Seller along with concrete reasons for 
making the claims. Copies of all the justifying documents shall be enclosed to the presented claim. The Seller 
will settle the claims within 45 days from the date of the receipt of the claim at the Sellera office, subject to 
acceptance of the claim by the Seller. In case no response is received during this period the claim will be 
deemed to have been accepted. 

e. The Seller shall collect the defective or rejected goods from the location nominated by the Buyer and deliver 
the repaired or replaced goods at the same location under Sellera arrangement. 

f. Claims may also be settled by reduction of cost of goods under claim from bonds submitted by the Seller or 
payment of claim amount by Seller through demand draft drawn on an Indian Bank, in favour of the Buyer 

g. The quality claims will be raised solely by the Buyer and without any certification/countersignature by the 
Sellera representative. 
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24. Warranty: 

a. The following Warranty will form part of the contract placed on the successful Bidder T 

i. Except as otherwise provided in the invitation tender, the Seller hereby declares that the goods, stores articles 
sold/supplied to the Buyer under this contract shall be of the best quality and workmanship and new in all 
respects and shall be strictly in accordance with the specification and particulars contained/mentioned in 
contract. The Seller hereby guarantees that the said goods/stores/articles would continue to conform to the 
description and quality aforesaid for a period of 12 months from the date of delivery of the said goods 
stores/articles to the Buyer or 15 months from the date of shipment/despatch from the Seller® works whichever 
is earlier and that notwithstanding the fact that the Buyer may have inspected and/or approved the said 
goods/stores/articles, if during the aforesaid period of 12/15 months the said goods/stores/articles be discovered 
not to conform to the description and quality aforesaid not giving satisfactory performance or have deteriorated, 
and the decision of the Buyer in that behalf shall be final and binding on the Seller and the Buyer shall be 
entitled to call upon the Seller to rectify the goods/stores/articles or such portion thereof as is found to be 
defective by the Buyer within a reasonable period, or such specified period as may be allowed by the Buyer in 
his discretion on application made thereof by the Seller, and in such an event, the above period shall apply to 
the goods/stores/articles rectified from the date of rectification mentioned in warranty thereof, otherwise the 
Seller shall pay to the Buyer such compensation as may arise by reason of the breach of the warranty therein 
contained. 

ii. Guarantee that they will supply spare parts, if and when required on agreed basis for an agreed price. The 
agreed basis could be and including but without any limitation an agreed discount on the published catalogue or 
an agreed percentage of profit on the landed cost. 

iii. Warranty to the effect that before going out of production for the spare parts they will give adequate advance 
notice to the Buyer of the equipment so that the latter may undertake the balance of the lifetime requirements. 

iv. Warranty to the affect that they will make available the blue prints of drawings of the spares if and when 
required in connection with the main equipment. 

OR 

b. The following Warranty will form part of the contract placed on successful Bidder T 

i. The Seller warrants that the goods supplied under the contract conform to technical specifications prescribed 
and shall perform according to the said technical specifications. 

ii. The Seller warrants for a period of_months from the date of acceptance of stores or date of 

installation and commissioning, whichever is later, that the goods/stores supplied under the contract and each 
component used in the manufacture thereof shall be free from all types of defects/failures. 

iii. If within the period of warranty, the goods are reported by the Buyer to have failed to perform as per the 
specifications, the Seller shall either replace or rectify the same free of charge, within a maximum period of 45 
days of notification of such defect received by the Seller, provided that the goods are used and maintained by 
the Buyer. Warranty of the equipment would be extended by such duration of downtime. Record of the down 
time would be maintained by the user in the logbook. Spares required for warranty repairs shall be provided 
free of cost by the Seller. The Seller also undertakes to diagnose, test, adjust, calibrate and repair/replace the 
goods/equipment arising due to accidents by neglect or misuse by the operator or damage due to transportation 
of the goods during the warranty period, at the cost mutually agreed to between the Buyer and the Seller. 

iv. The Seller also warrants that necessary service and repair back up during the warranty period of the 

equipment shall be provided by the Seller and he will ensure that the downtime is within_% of the warranty 

period. 

v. The Seller shall associate technical personnel of the Maintenance and Quality Assurance Division of the 
Buyer during warranty repair and shall also provide the details of complete defects, reasons and remedial 
actions for defects. 

vi. If a particular equipment/goods fails frequently and/or, the cumulative down time exceeds_% of the 

warranty period, the complete equipment shall be replaced free of cost by the Seller within a stipulated period 

of_days of receipt of the notification from the Buyer. Warranty of the replaced equipment would start from 

the date of acceptance by the Buyer/date of installation and commissioning. 

vii. The Seller will guarantee the shelf life of (_) years under the Indian tropical condition as given below: 

1. Minimum temperature - 

2. Maximum temperature - 

3. Average Humidity - 
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25. Product Support: The following Product Support clause will form part of the contract placed on successful 
Bidder I 

a. The Seller agrees to provide Product Support for the stores, assemblies/subassemblies, fitment items and 
consumables, Special Maintenance Tools(SMT)/Special Test Equipments (STE) subcontracted from other 

agencies/ manufacturer by the Seller for a maximum period of_years including_years of warranty 

period after the delivery of_(name of equipment). 

b. The Seller agrees to undertake Maintenance Contract for a maximum period of_months. 

c. In the event of any obsolescence during the above mentioned period of product support in respect of any 
component or sub-system, mutual consultation between the Seller and Buyer will be undertaken to arrive at an 
acceptable solution including additional cost, if any. 

d. Any improvement/modification/ up gradation being undertaken by the Seller or their sub suppliers on the 
stores/equipment being purchased under the Contract will be communicated by the Seller to the Buyer and, if 
required by the Buyer, these will be carried out by the Seller at Buyer's cost. 

e. The SELLER agrees to undertake the repair and maintenance of the equipment, SMTs/STEs test set up, 

assemblies/sub-assemblies and stores supplied under this contract for a period of_years as maintenance 

contract as specified to the Buyer, as per terms and conditions mutually agreed between the Seller and the 
Buyer. 

26. Annual Maintenance Contract (AMC) Clause: The following AMC clause will form part of the contract 
placed on successful Bidder - 

a. The Seller would provide comprehensive AMC for a period of_years. The AMC services should cover 

the repair and maintenance of all the equipment and systems purchased under the present Contract. The Buyer 
Furnished Equipment which is not covered under the purview of the AMC should be separately listed by the 
Seller. The AMC services would be provided in two distinct ways: 

i. Preventive Maintenance Service: The Seller will provide a minimum of four Preventive Maintenance 
Service visits during a year to carry out functional check-ups and minor adjustments/ tuning as may be required. 

ii. Breakdown maintenance Service: In case of any breakdown of the equipment/system, on receiving a call 
from the Buyer, the Seller is to provide maintenance service to make the equipment/system serviceable. 

b. Response time: The response time of the Seller should not exceed_hours from the time the 

breakdown intimation is provided by the Buyer. 

c. Serviceability of_% per year is to be ensured. This amounts to total maximum downtime of_days per 

year. Also unserviceability should not exceed_days at one time. Required spares to attain this serviceability 

may be stored at site by the Seller at his own cost. Total down time would be calculated at the end of the year. If 
downtime exceeds permitted downtime, LD would be applicable for the delayed period. 

d. Maximum repair turnaround time for equipment/system would be_days. However, the spares should be 

maintained in a serviceable condition to avoid complete breakdown of the equipment/system. 

e. Technical Documentation: All necessary changes in the documentation (Technical and Operators manual) for 
changes carried out on hardware and software of the equipment will be provided. 

f. During the AMC period, the Seller shall carry out all necessary servicing/repairs to the equipment/system 
under AMC at the current location of the equipment/system. Prior permission of the Buyer would be required in 
case certain components/sub systems are to be shifted out of location. On such occasions, before taking over the 
goods or components, the Seller will give suitable bank guarantee to the Buyer to cover the estimated current 
value of item being taken. 

g. The Buyer reserves its right to terminate the maintenance contract at any time without assigning any reason 

after giving a notice of_months. The Seller will not be entitled to claim any compensation against such 

termination. However, while terminating the contract, if any payment is due to the Seller for maintenance 
services already performed in terms of the contract, the same would be paid to it as per the contract terms. 

27. Price Variation (PV) Clause: The following PV clause will form part of the contract placed on successful 
Bidder (Note - DGS&D Manual provides Standardised Price Variation Clauses. Any of those clauses could be 
considered for inclusion. A sample clause is indicated below) I 

a. The formula for Price Variation should ordinarily include a fixed element, a material element and a labour 
element. The figures representing the material element and the labour element should reflect the corresponding 
proportion of input costs, while the fixed element may range from 10 to 25%. 
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That portion of the price represented by the fixed element, will not be subject to variation. The portions of the 
price represented by the material element and labour element along will attract Price Variation. 

The formula for Price Variation will thus be:- PI = Po {F + a (Mi/M 0 ) + b (Ll/L 0 ) I Po} 
where: 

PI is then adjustment amount payable to the supplier (a minus figure will indicate a reduction in the Contract 
Price) 

Po is the Contract Price at the base level. 

F is the Fixed element not subject to Price Variation 
a is the assigned percentage to the material element in the Contract Price, 
b is the assigned percentage to the labour element in the Contract Price. 

Lo and LI are the wage indices at the base month and year and at the month and year of calculation 
respectively. 

Mo and Ml are the material indices at the base month and year and at the month and year of calculation 
respectively. 

If more than one major item of material is involved, the material element can be broken up into two or three 
components such as Mx, My, Mz . Where price variation clause has to be provided for services (with 
insignificant inputs of materials) as for example, in getting Technical Assistance normally paid in the form of 
per diem rates, the price variation formula should have only two elements, viz. a high fixed element and a 
labour element. The fixed element can in such cases be 50% or more, depending on the mark-up by the supplier 
of the Per Diem rate vis-a-vis the wage rates. 

b. Following conditions would be applicable to Price Adjustment T 

i. Base dates shall be due dates of opening of price bids. 

ii. Date of adjustment shall be mid point of manufacture. 

iii. No price increase is allowed beyond original DP unless the delay is attributable to the Buyer. 

iv. Total adjustment will be subject to maximum ceiling of_%. 

v. No price adjustment shall be payable on the portion of contract price paid to the Seller as an advance 
payment. 

Part V - Evaluation Criteria & Price Bid issues 

1. Evaluation Criteria: The broad guidelines for evaluation of Bids will be as follows: 

a. Only those Bids will be evaluated which are found to be fulfilling all the eligibility and qualifying 
requirements of the RFP, both technically and commercially. 

b. In respect of Two-Bid system, the technical Bids forwarded by the Bidders will be evaluated by the Buyer 
with reference to the technical characteristics of the equipment as mentioned in the RFP. The compliance of 
Technical Bids would be determined on the basis of the parameters specified in the RFP. The Price Bids of only 
those Bidders will be opened whose Technical Bids would clear the technical evaluation. 

c. The Lowest Bid will be decided upon the lowest price quoted by the particular Bidder as per the Price Format 
given at Para 2 below. The consideration of taxes and duties in evaluation process will be as follows: 

i. In cases where only indigenous Bidders are competing, all taxes and duties (including those for which 
exemption certificates are issued) quoted by the Bidders will be considered. The ultimate cost to the Buyer 
would be the deciding factor for ranking of Bids. 

ii. In cases where both foreign and indigenous Bidders are competing, following criteria would be followed T 

1. In case of foreign Bidders, the basic cost (CIF) quoted by them would be the basis for the purpose of 
comparison of various tenders. 

2. In case of indigenous Bidders, excise duty on fully formed equipment would be offloaded. 

3. Sales tax and other local levies, i.e. octroi, entry tax etc would be ignored in case of indigenous Bidders. 

d. The Bidders are required to spell out the rates of Customs duty, Excise duty, VAT, Service Tax, etc in 
unambiguous terms; otherwise their offers will be loaded with the maximum rates of duties and taxes for the 
purpose of comparison of prices. If reimbursement of Customs duty / Excise Duty / VAT is intended as extra, 
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over the quoted prices, the Bidder must specifically say so. In the absence of any such stipulation it will be 
presumed that the prices quoted are firm and final and no claim on account of such duties will be entrained after 
the opening of tenders. If a Bidder chooses to quote a price inclusive of any duty and does not confirm inclusive 
of such duty so included is firm and final, he should clearly indicate the rate of such duty and quantum of excise 
duty included in the price. Failure to do so may result in ignoring of such offers summarily. If a Bidder is 
exempted from payment of Customs duty / Excise Duty / VAT duty upto any value of supplies from them, they 
should clearly state that no excise duty will be charged by them up to the limit of exemption which they may 
have. If any concession is available in regard to rate/quantum of Customs duty / Excise Duty / VAT, it should 
be brought out clearly. Stipulations like, excise duty was presently not applicable but the same will be charged 
if it becomes leviable later on, will not be accepted unless in such cases it is clearly stated by a Bidder that 
excise duty will not be charged by him even if the same becomes applicable later on. In respect of the Bidders 
who fail to comply with this requirement, their quoted prices shall be loaded with the quantum of excise duty 
which is normally applicable on the item in question for the purpose of comparing their prices with other 
Bidders. The same logic applies to Customs duty and VAT also. 

e. In import cases, all the foreign quotes will be brought to a common denomination in Indian Rupees by 
adopting the exchange rate as BC Selling rate of the State Bank of India on the date of the opening of Price 
Bids. 

f. If there is a discrepancy between the unit price and the total price that is obtained by multiplying the unit 
price and quantity, the unit price will prevail and the total price will be corrected. If there is a discrepancy 
between words and figures, the amount in words will prevail for calculation of price. 

g. The Buyer reserves the right to evaluate the offers received by using Discounted Cash Flow method at a 

discounting rate of_%. In case cash flow involves more than one currency, the same will be brought to a 

common denomination in Indian Rupees by adopting exchange rate as BC Selling rate of the State Bank of 
India on the date of the opening of Price Bids. 

h. The Lowest Acceptable Bid will be considered further for placement of contract / Supply Order after 
complete clarification and price negotiations as decided by the Buyer. The Buyer will have the right to award 
contracts to different Bidders for being lowest in particular items. The Buyer also reserves the right to do 
Apportionment of Quantity, if it is convinced that Lowest Bidder is not in a position to supply full quantity in 
stipulated time. 

i. Any other criteria as applicable to suit a particular case. 

2. Price Bid Format: The Price Bid Format is given below and Bidders are required to fill this up correctly 
with full details: 

a. Basic cost of the item/items: 

Item Unit price Qty Total 

i. A 

ii. B 

iii. C 

iv. Total of Basic Price 

b. Accessories 

c. Installation / Commissioning charges 

d. Training 

e. Technical literature 

f. Tools 

g. AMC with spares 

h. AMC without spares 

i. Any other item 

j. Is Excise Duty extra? 

k. If yes, mention the following T 

i. Total value of items on which Excise Duty is leviable: 

ii. Rate of Excise duty (item-wise if different ED is applicable): 

iii. Surcharge on Excise duty, if applicable? 

iv. Total value of excise duty payable: 

l. Is Excise Duty Exemption (EDE) required: 
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m. If yes, then mention and enclose the following: 

i. Excise notification number under which EDE can be given: 

n. Is VAT extra? 

o. If yes, then mention the following: 

i. Total value on which VAT is leviable: 

ii. Rate of VAT: 

iii. Total value of VAT leviable: 

p. Is Service Tax extra? 

q. If yes, then mention the following: 

i. Total value of Services on which Service Tax is leviable: 

ii. Rate of Service Tax leviable: 

iii. Total value of Service Tax leviable: 

r. Is Custom Duty Exemption (CDE) required: 

s. If yes, then mention the following: 

i. Custom notification number under which CDE can be given (Enclose a copy): 

ii. CIF value of stores to be imported: 

iii. Rate of Customs Duty payable: 

iv. Total amount of Customs Duty payable: 

t. Octroi / Entry taxes: 

u. Any other Taxes / Duties / Overheads / Other costs: 

v. Grand Total: 

i. Excluding AMC and spares 

ii. Including AMC with spares 

iii. Including AMC without spares 
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APPENDIX V: Central Government® Notified Public Procurement Policy 

Ministry of Micro, Small and Medium Enterprises 
Office of Development Commissioner (MSME) 


ORDER 



AADHAAR 


New Delhi, 
The 23rd March, 2012 


Public Procurement Policy for Micro and Small Enterprises (MSEs) Order, 2012 

Whereas, the Central Government Ministries, Departments and Public Sector Undertakings shall procure 
minimum of 20 per cent of their annual value of goods or services from Micro and Small Enterprises; 

And whereas, the Public Procurement Policy shall apply to Micro and Small Enterprises registered with District 
Industries Centers or Khadi and Village Industries Commission or Khadi and Village Industries Board or Coir 
Board or National Small Industries Corporation or Directorate of Handicrafts and Handloom or any other body 
specified by Ministry of Micro, Small and Medium Enterprises; 

And whereas, the Public Procurement Policy rests upon core principles of competitiveness, adhering to sound 
procurement practices and execution of orders for supply of goods or services in accordance with a system 
which is fair, equitable, transparent, competitive and cost effective; and 

And whereas, for facilitating promotion and development of micro and small enterprises, the Central 
Government or the State Government, as the case may be, by Order notify from time to time, preference 
policies in respect of procurement of goods and services, produced and provided by micro and small 
enterprises, by its Ministries or Departments, as the case may be, or its aided institutions and public sector 
enterprises. 

Now, therefore, in exercise of the powers conferred in section 11 of the Micro, Small and Medium Enterprises 
Development (MSMED) Act 2006, the Central Government, by Order, notifies the Public Procurement Policy 
(hereinafter referred to as the Policy) in respect of procurement of goods and services, produced and provided 
by micro and small enterprises, by its Ministries, Departments and Public Sector Undertakings. 

2. Short title and commencement. - 

(1) This Order is titled as (Public Procurement Policy for Micro and Small Enterprises (MSEs) Order, 20126 

(2) It shall come into force with effect from 1st April 2012. 

3. Mandatory procurement from Micro Small and Enterprises. - (1) Every Central Ministry or Department 
or Public Sector Undertaking shall set an annual goal of procurement from Micro and Small Enterprises from 
the financial year 2012-13 and onwards, with the objective of achieving an overall procurement of minimum of 
20 per cent, of total annual purchases of products produced and services rendered by Micro and Small 
Enterprises in a period of three years. 

(2) Annual goal of procurement also include sub-contracts to Micro and Small Enterprises by large enterprises 
and consortia of Micro and Small Enterprises formed by National Small Industries Corporation. 

(3) After a period of three years i.e. from 1st April 2015, overall procurement goal of minimum of 20 per cent 
shall be made mandatory. 

(4) The Central Ministries, Departments and Public Sector Undertakings which fail to meet the annual goal 
shall substantiate with reasons to the Review Committee headed by Secretary (Micro, Small and Medium 
Enterprises), constituted in Ministry of Micro, Small and Medium Enterprises, under this Policy. 

4. Special provisions for Micro and Small Enterprises owned by Scheduled Castes or Scheduled Tribes. — 

Out of 20 per cent target of annual procurement from Micro and Small Enterprises, a sub-target of 20 per cent 
(i.e., 4 per cent out of 20 per cent) shall be earmarked for procurement from Micro and Small Enterprises 
owned by the Scheduled Caste or the Scheduled Tribe entrepreneurs. Provided that, in event of failure of such 
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Micro and Small Enterprises to participate in tender process or meet tender requirements and LI price, 4 per 
cent sub-target for procurement earmarked for Micro and Small Enterprises owned by Scheduled Caste or 
Scheduled Tribe entrepreneurs shall be met from other Micro and Small Enterprises. 

5. Reporting of targets in Annual Report. — (1) The data on Government procurements from Micro and 
Small Enterprises is vital for strengthening the Policy and for this purpose, every Central Ministry or 
Department or Public Sector Undertaking shall report goals set with respect to procurement to be met from 
Micro and Small Enterprises and achievement made thereto in their respective Annual Reports. 

(2) The annual reporting shall facilitate in better understanding of support being provided by different 
Ministries or Departments or Public Sector Undertakings to Micro and Small Enterprises. 

6. Price quotation in tenders. — (1) In tender, participating Micro and Small Enterprises quoting price within 
price band of LI+15 per cent shall also be allowed to supply a portion of requirement by bringing down their 
price to LI price in a situation where LI price is from someone other than a Micro and Small Enterprise and 
such Micro and Small Enterprise shall be allowed to supply up to 20 per cent of total tendered value. 

(2) In case of more than one such Micro and Small Enterprise, the supply shall be shared proportionately (to 
tendered quantity). 

7. Developing Micro and Small Enterprise vendors. - The Central Ministries or Departments or Public 
Sector Undertakings shall take necessary steps to develop appropriate vendors by organizing Vendor 
Development Programmes or Buyer-Seller Meets and entering into Rate Contract with Micro and Small 
Enterprises for a specified period in respect of periodic requirements. 

8. Annual Plan for Procurement from Micro and Small Enterprises on websites. - The Ministries or 
Departments or Public Sector Undertakings shall also prepare Annual Procurement Plan for purchases and 
upload the same on their official website so that Micro and Small Enterprises may get advance information 
about requirement of procurement agencies. 

9. Enhancing participations of Micro and Small Enterprises including those owned by Scheduled Castes 
or Scheduled Tribes in Government procurements. — For enhancing participation of Scheduled Castes or 
Scheduled Tribes in Government procurement, the Central Government Ministries, Departments and Public 
Sector Undertakings shall take following steps, namely:- 

(a) Special Vendor Development Programmes or Buyer-Seller Meets shall be conducted by 
Departments/Public Sector Undertakings for Scheduled Castes or Scheduled Tribes; 

(b) Outreach programmes shall be conducted by National Small Industries Corporation to cover more and 
more Micro and Small Enterprises from Scheduled Castes or Scheduled Tribes under its schemes of 
consortia formation; and 

(c) National Small Industries Corporation shall open a special window for Scheduled Castes or Scheduled 
Tribes under its Single Point Registration Scheme (SPRS). 

10. Reduction in transaction cost. — To reduce transaction cost of doing business, Micro and Small 
Enterprises shall be facilitated by providing them tender sets free of cost, exempting Micro and Small 
Enterprises from payment of earnest money, adopting e-procurement to bring in transparency in tendering 
process and setting up a Grievance Cell in the Ministry of Micro, Small and Medium Enterprises. 

11. Reservation of specific items for procurement. — To enable wider dispersal of enterprises in the country, 
particularly in rural areas, the Central Government Ministries or Departments or Public Sector Undertakings 
shall continue to procure 358 items (Appendix) from Micro and Small Enterprises, which have been reserved 
for exclusive purchase from them. This will help in promotion and growth of Micro and Small Enterprises, 
including Khadi and village industries, which play a critical role in fostering inclusive growth in the country. 

12. Review Committee. - (1) A Review Committee has been constituted under the Chairmanship of Secretary, 
Ministry of Micro, Small and Medium Enterprises, for monitoring and review of Public Procurement Policy for 
Micro and Small Enterprises vide Order No. 21(1)72007--MA dated the 21st June 2010 (Annexure). 
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(2) This Committee shall, inter alia, review list of 358 items reserved for exclusive purchase from Micro and 
Small Enterprises on a continuous basis, consider requests of the Central Ministries or Departments or Public 
Sector Undertakings for exemption from 20 per cent target on a case to case basis and monitor achievements 
under the Policy. 


13. Setting up of Grievance Cell. — In addition, a OGrievance Cello will be set up in Ministry of Micro, Small 
and Medium Enterprises for redressing grievances of Micro and Small Enterprises in Government procurement. 
This cell shall take up issues related to Government procurement raised by Micro and Small Enterprises with 
Departments or agencies concerned, including imposition of unreasonable conditions in tenders floated by 
Government Departments or agencies that put Micro and Small Enterprises at a disadvantage. 


14. Special Provisions for Defence Procurements. — Given their unique nature, defence armament imports 
shall not be included in computing 20 per cent goal for Ministry of Defence. In addition, defence equipments 
like weapon systems, missiles, etc. shall remain out of purview of such Policy of reservation. 


15. Monitoring of Goals. — The monitoring of goals set under the Policy shall be done, in so far as they relate 
to the Defence sector, by Ministry of Defence itself in accordance with suitable procedures to be established by 
them. 


16. Removal of difficulty. — Any difficulties experienced during the course of implementation of the above 
Policy shall be clarified by Ministry of Micro, Small and Medium Enterprises through suitable Press releases 
which would be kept on the public domain. 


(AMARENDRA SINHA) 
Additional Secretary and Development Commissioner (MSME) 


Annexure 

No. 21(l)/2007-MA 
Government of India 

Ministry of Micro, Small and Medium Enterprises 
Office of the Development Commissioner (MSME) 

-k’k’k’k’k’k 

Q\OWing, 7th Floor, Nirman Bhavan, 
New Delhi-110108 
Dated: 21st June, 2010 

ORDER 


Subject: Constitution of a Committee for monitoring and review of the 

Public Procurement Policy for Micro and Small Enterprises 

Pending approval of the new Public Procurement Policy for Micro and Small Enterprises (MSEs), a Committee 
is hereby constituted for looking into the applicability of some of the provisions of the proposed Policy in 
respect of select Central Ministries/Departments.. The Committee will be chaired by the Secretary, Ministry of 
Micro, Small and Medium Enterprises. 

2. The composition of the Committee will be as follows: 

(i) Secretary, : Chairman 

Ministry of MSME 

(ii) Secretary, : Member 

Planning Commission 

(iv) Secretary, : Member 

Department of Public Enterprises 

(v) Director General (Supplies and Disposals), : Member 
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Department of Commerce, 

(vii) Ministry of Commerce and Industry 

(viii) Additional Secretary and : Member Secretary 

Development Commissioner (MSME) 


3. The Committee will undertake the following functions: 

(i) Consider the requests of the Central Ministries/Departments/PSUs for exemption, on a case to case basis, 
from the 20% target; 

(ii) Review the list of 358 items (as per Appendix) reserved for exclusive purchase from the MSEs based on 
the feedback received from the Central Ministries/Departments/PSUs ; 

(iii) Review the grievances received from MSEs regarding Government procurement, including imposition 
of unreasonable conditions in the tenders floated by the Government Departments/PSUs; and 

(iv) Suggest special measures to be taken by the Central Ministries/Departments for enhancing their 
procurements from MSEs. 

4. The Committee may co-opt any other Ministries/Departments of the Central Government as well as State 
Governments or invite any other expert/person associated/concerned with the MSMEs in its meetings, as and 
when required. 

5. The Office of the Development Commissioner (MSME) will provide secretariat support to this Committee. 

6. This issues with the approval of the Competent Authority. 

Sd/- 

(Praveen Mahto) 
Additional Economic Adviser 

Ph: 23062230, Fax: 23061611 


To, 

All Members of the Committee 

Copy to: 

1. Cabinet Secretariat (Shri V.P.Arora, Under Secretary), w.r.t. their O.M.No. 601/2/1/2009-Cab.Ill 
dated 24.02.2010 

2. PS to Minister (MSME) 

3. Sr. PPS to Secretary (MSME) 
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Appendix 


LIST OF ITEMS RESERVED FOR PURCHASE FROM SMALL SCALE 


INDUSTRIAL UNITS INCLUDING HANDICRAFT SECTOR. 

SI No. 

Item Description 

1. 

A AC/and ACSR Conductor upto 19 strands 

2. 

Agricultural Implements 

(a) 

Hand Operated tools and implements 

(b) 

Animal driven implements 

3. 

Air/Room Coolers 

4. 

Aluminum builder's hardware 

5. 

Ambulance stretcher 

6. 

Ammeters/ohm meter/Yolt meter (Electro magnetic upto Class I accuracy) 

7. 

Anklets Web Khaki 

8. 

Augur (Carpenters) 

9. 

Automobile Head lights Assembly 

10. 

Badges cloth embroidered and metals 

11. 

Bags of all types i.e. made of leather, cotton, canvas and jute etc. including kit bags, mail bags, sleeping 


bags and water-proof bag. 

12. 

Bandage cloth 

13. 

Barbed Wire 

14. 

Basket cane (Procurement can also be made from State Forest Corpn. and State Handicrafts 


Corporation) 

15. 

Bath tubs 

16. 

Battery Charger 

17. 

Battery Eliminator 

18. 

Beam Scales (upto 1.5 tons) 

19. 

Belt leather and straps 

20. 

Bench Vices 

21. 

Bituminous Paints 

22. 

Blotting Paper 

23. 

Bolts and Nuts 

24. 

Bolts Sliding 

25. 

Bone Meal 

26. 

Boot Polish 

27. 

Boots and Shoes of all types including canvas shoes 

28. 

Bowls 

29. 

Boxes Leather 

30. 

Boxes made of metal 

31. 

Braces 

32. 

Brackets other than those used in Railways 

33. 

Brass Wire 

34. 

Brief Cases (other than moulded luggage) 

35. 

Brooms 

36. 

Brushes of all types 

37. 

Buckets of all types 

38. 

Button of all types 

39. 

Candle Wax Carriage 

40. 

Cane Valves/stock valves (for water fittings only) 

41. 

Cans metallic (for milk and measuring) 
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42. Canvas Products : 

(a) Water Proof Deliver, Bags to spec. No. IS - 1422/70 

(b) Bonnet Covers and Radiators Muff, to spec. Drg. Lv 7/NSN/IA/l30295 

43. Capes Cotton and Woollen 

44. Capes Waterproof 

45. Castor Oil 

46. Ceiling roses upto 15 amps 

47. Centrifugal steel plate blowers 

48. Centrifugal Pumps suction and delivery 150 mm. x 150 mm 

49. Chaff Cutter Blade 

50. Chains lashing 

51. Chappals and sandals 

52. Chamois Leather 

53. Chokes for light fitting 

54. Chrome Tanned leather (Semi-finished Buffalo and Cow) 

55. Circlips 

56. Claw Bars and Wires 

57. Cleaning Powder 

58. Clinical Thermometers 

59. Cloth Covers 

60. Cloth Jaconet 

61. Cloth Sponge 

62. Coir fibre and Coir yarn 

63. Coir mattress cushions and matting 

64. Coir Rope hawserlaid 

65. Community Radio Receivers 

66. Conduit pipes 

67. Copper nail 

68. Copper Napthenate 

69. Copper sulphate 

70. C ord Twine Maker 

71. Cordage Others 

72. C orrugated Paper B oard and B oxes 

73. C otton Ab s orbent 

74. Cotton Belts 

75. Cotton Carriers 

76. Cotton Cases 

77. Cotton Cord Twine 

78. Cotton Hosiery 

79. Cotton Packs 

80. Cotton Pouches 

81. Cotton Ropes 

82. Cotton Singlets 

83. Cotton Sling 

84. Cotton Straps 

85. Cotton tapes and laces 

86. Cotton Wool (Non absorbent) 

87. Crates Wooden and plastic 

88. (a) Crucibles upto No. 200 (b) Crucibles Graphite upto No. 500 (c) Other Crucibles upto 30 kgs. 

89. Cumblies and blankets 
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90. Curtains mosquito 

91. Cutters 

92. Dibutyl phthalate 

93. Diesel engines upto 15 H.P 

94. Dimethyl Phthalate 

95. Disinfectant Fluids 

96. Distribution Board upto 15 amps 

97. Domestic Electric appliances as per BIS Specifications:- - Toaster Electric, Elect. Iron, Hot Plates, 

Elect. Mixer, Grinders, Room heaters and convectors and ovens 

98. Domestic (House Wiring) P.V.C. Cables and Wires (Aluminum) Conforming to the prescribed BIS 
Specifications and upto 10.00 mm sq. nominal cross section 

99. Drawing and Mathematical Instruments 

100. Drums and Barrels 

101. Dust Bins 

102. Dust Shield leather 

103. Dusters Cotton all types except the items required in Khadi 

104. Dyes : 

(a) Azo Dyes (Direct and Acid) 

(b) Basic Dyes 

105. Electric Call bells/buzzers/door bells 

106. Electric Soldering Iron 

107. Electric Transmission Line Hardware items like steel cross bars, cross arms clamps arching horn, 
brackets, etc 

108. Electronic door bell 

109. Emergency Light (Rechargeable type) 

110. Enamel Wares and Enamel Utensils 

111. Equipment camouflage Bamboo support 

112. Exhaust Muffler 

113. Expanded Metal 

114. Eyelets 

115. Film Polythene - including wide width film 

116. Film spools and cans 

117. Fire Extinguishers (wall type) 

118. Foot Powder 

119. French polish 

120. Funnels 

121. Fuse Cut outs 

122. Fuse Unit 

123. Garments (excluding supply from Indian Ordnance Factories) 

124. Gas mantels 

125. Gauze cloth 

126. Gauze surgical all types 

127. Ghamellas (Tasllas) 

128. Glass Ampules 

129. Glass and Pressed Wares 

130. Glue 

131. Grease Nipples and Grease guns 

132. Gun cases 

133. Gun Metal Bushes 

134. Gumtape 
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135. Hand drawn carts of all types 

136. Hand gloves of all types 

137. Hand Lamps Railways 

138. Hand numbering machine 

139. Hand pounded Rice (polished and unpolished) 

140. Hand presses 

141. Hand Pump 

142. Hand Tools of all types 

143. Handles wooden and bamboo (Procurement can also be made from State Forest Corpn. and State 
Handicrafts Corporation) 

144. Harness Leather 

145. Hasps and Staples 

146. Haver Sacks 

147. Helmet Non-Metallic 

148. Hide and country leather of all types 

149. Hinges 

150. Hob nails 

151. Holdall 

152. Honey 

153. Horse and Mule Shoes 

154. Hydraulic Jacks below 30 ton capacity 

155. Insecticides Dust and Sprayers (Manual only) 

156. Invalid wheeled chairs. 

157. Invertor domestic type upto 5 KVA 

158. Iron (dhobi) 

159. Key board wooden 

160. Kit Boxes 

161. Kodali 

162. Lace leather 

163. Lamp holders 

164. Lamp signal 

165. Lanterns Posts and bodies 

166. Lanyard 

167. Latex foam sponge 

168. Lathi es 

169. Letter Boxes 

170. Lighting Arresters - upto 22 kv 

171. Link Clip 

172. Linseed Oil 

173. Lint Plain 

174. Lockers 

175. Lubricators 

176. L.T. Porcelain KITKAT and Fuse Grips 

177. Machine Screws 

178. Magnesium Sulphate 

179. Mallet Wooden 

180. Manhole covers 

181. Measuring Tapes and Sticks 

182. Metal clad switches (upto 30 Amps) 

183. Metal Polish 
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184. Metallic containers and drums other than N.E.C. (Not elsewhere classified) 

185. Metric weights 

186. Microscope for normal medical use 

187. Miniature bulbs (for torches only) 

188. M.S. Tie Bars 

189. Nail Cutters 

190. Naphthalene Balls 

191. Newar 

192. Nickel Sulphate 

193. Nylon Stocking 

194. Nylon Tapes and Laces 

195. Oil Bound Distemper 

196. Oil Stoves (Wick stoves only) 

197. Pad locks of all types 

198. Paint remover 

199. Palma Rosa Oil 

200. Palmgur 

201. Pans Lavatory Llush 

202. Paper conversion products- paper bags, envelops, Ice-cream cup, paper cup & saucers and paper Plates 

203. Paper Tapes (Gummed) 

204. Pappads 

205. Pickles and Chutney 

206. Piles fabric 

207. Pillows 

208. Plaster of Paris 

209. Plastic Blow Moulded Containers upto 20 litre excluding Poly Ethylene Terphthalate (PET) Containers 

210. Plastic cane 

211. Playing Cards 

212. Plugs and Sockets electric upto 15 Amp 

213. Polythene bags 

214. Polythene Pipes 

215. Post Picket (Wooden) 

216. Postal Lead seals 

217. Potassium Nitrate 

218. Pouches 

219. Pressure Die Casting upto 0.75 kg 

220. Privy Pans 

221. Pulley Wire 

222. PVC footwears 

223. PVC pipes upto 110 mm 

224. PVC Insulated Aluminium Cables (upto 120 sq. mm) (ISS:694) 

225. Quilts, Razais 

226. Rags 

227. Railway Carriage light fittings 

228. Rakes Ballast 

229. Razors 

230. RCC Pipes upto 1200 mm. dia 

231. RCC Poles Prestressed 

232. Rivets of all types 

233. Rolling Shutters 
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234. 

Roof light Fittings 


235. 

Rubber Balloons 


236. 

Rubber Cord 


237. 

Rubber Hoses (Unbranded) 


238. 

Rubber Tubing (Excluding braided tubing) 


239. 

Rubberised Garments Cap and Caps etc 


240. 

Rust/Scale Removing composition 


241. 

Safe meat and milk 


242. 

Safety matches 


243. 

Safety Pins (and other similar products like paper pins, staples pins etc.) 


244. 

Sanitary Plumbing fittings 


245. 

Sanitary Towels 


246. 

Scientific Laboratory glass wares (Barring sophisticated items) 


247. 

Scissors cutting (ordinary) 


248. 

Screws of all types including High Tensile 


249. 

Sheep skin all types 


250. 

Shellac 


251. 

Shoe laces 


252. 

Shovels 


253. 

Sign Boards painted 


254. 

Silk ribbon 


255. 

Silk Webbing 


256. 

Skiboots and shoes 


257. 

Sluice Valves 


258. 

Snap fas tner (Excluding 4 pcs. ones) 


259. 

Soap Carbolic 


260. 

Soap Curd 


261. 

Soap Liquid 


262. 

Soap Soft 


263. 

Soap washing or laundary soap 


264. 

Soap Yellow 


265. 

Socket/pipes 


266. 

Sodium Nitrate 


267. 

Sodium Silicate 


268. 

Sole leather 


269. 

Spectacle frames 


270. 

Spiked boot 


271. 

Sports shoes made out of leather (for all Sports games) 


272. 

Squirrel Cage Induction Motors up to and including 100 KW440 volts 3 phase 


273. 

Stapling machine 


274. 

Steel Almirah 


275. 

Steel beds stead 


276. 

Steel Chair 


277. 

Steel desks 


278. 

Steel racks/shelf 


279. 

Steel stools 


280. 

Steel trunks 


281. 

Steel wool 


282. 

Steel and aluminium windows and ventilators 


283. 

Stockinet 
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284. 

Stone and stone quarry rollers 


285. 

Stoneware jars 


286. 

Stranded Wire 


287. 

Street light fittings 


288. 

Student Microscope 


289. 

Studs (excluding high tensile) 


290. 

Surgical Gloves (Except Plastic) 


291. 

Table knives (Excluding Cutlery) 


292. 

Tack Metallic 


293. 

Taps 


294. 

Tarpaulins 


295. 

Teak fabricated round blocks 


296. 

Tent Poles 


297. 

Tentage Civil/Military and Salitah Jute for Tentage 


298. 

Textiles manufactures other than N.E.C. (not elsewhere classified) 


299. 

Tiles 


300. 

Tin Boxes for postage stamp 


301. 

Tin can unprinted upto 4 gallons capacity (other than can O.T.S.) 


302. 

Tin Mess 


303. 

Tip Boots 


304. 

Toggle Switches 


305. 

Toilet Rolls 


306. 

Transformer type welding sets conforming to IS: 1291/75 (upto 600 amps) 


307. 

Transistor Radio upto 3 band 


308. 

Transistorised Insulation - Testers 


309. 

Trays 


310. 

Trays for postal use 


311. 

Trolley 


312. 

Trollies - drinking water 


313. 

Tubular Poles 


314. 

Tyres and Tubes (Cycles) 


315. 

Umbrellas 


316. 

Utensils all types 


317. 

Valves Metallic 


318. 

Varnish Black Japan 


319. 

Voltage Stablisers including C.V.T's 


320. 

Washers all types 


321. 

Water Proof Covers 


322. 

Water Proof paper 


323. 

Water tanks upto 15,000 litres capacity 


324. 

Wax sealing 


325. 

Waxed paper 


326. 

Weighing Scale 


327. 

Welded Wire mash 


328. 

Wheel barrows 


329. 

Whistle 


330. 

Wicks cotton 


331. 

Wing Shield Wipers (Arms and Blades only) 


332. 

Wire brushes and Fibre Brushes 


333. 

Wire Fencing and Fittings 
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334. 

Wire nails and Horse shoe nails 


335. 

Wire nettings of gauze thicker than 100 mesh size 

336. 

Wood Wool 


337. 

Wooden ammunition boxes 


338. 

Wooden Boards 


339. 

Wooden Box for Stamps 


340. 

Wooden Boxes and Cases N.E.C. (Not elsewhere classified) 

341. 

Wooden Chairs 


342. 

Wooden Flush Door Shutters 


343. 

Wooden packing cases all sizes 


344. 

Wooden pins 


345. 

Wooden plugs 


346. 

Wooden shelves 


347. 

Wooden veneers 


348. 

Woolen hosiery 


349. 

Zinc Sulphate 


350. 

Zip Fasteners 


HANDICRAFT ITEMS 


Sl.No. 

Item Description 

Source of Supply 

351 

Cane furniture 

North Eastern Handicrafts and Handlooms Development Corporation 

Assam Govt. Marketing Corpn. 

Craft Society of Manipur 

Nagaland Handicrafts and Handlooms Development Corpn. 

352. 

Bamboo file tray, 

Baskets, Pencil stand, 
side racks etc. 

-do- 

353. 

Artistic Wooden Furniture 

Rajasthan Small Industries Corpn., 

U.P. Export Corporation. 

354. 

Wooden paper weight, racks etc. -do- 

355. 

Glass covers made of wood 
and grass jute 

-do- 

356. 

Jute furniture 

West Bengal Handicrafts Dev. Corpn. 

Jute Mfg. Development Corporation 

Orissa State Handicrafts Dev. Corpn. 

357. 

Jute bags, file cover 

-do- 

358. 

Woolen and silk carpets 

U.P. Export Corporation 

J and K Sale and Export Corporation 
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